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NINTH  ANNUAL  REPORT 

OF  THE 

NATIONAL  TRANSCONTINENTAL  RAILWAY  COMMISSIONERS 


Ottawa,  July  15,  1914. 

Hon.  Frank  Cochrane,  P.O., 

Minister  of  Railways  and  Canals, 
Ottawa. 

Sir, — I  have  the  honour  to  transmit  through  you  to  His  Royal  Highness  the 
Governor  General  in  Council  the  annual  report  of  the  Commissioners  of  the  Trans- 
continental railway,  for  the  fiscal  year  ended  March  31,  1914,  setting  forth  the  receipts 
and  expenditures  in  connection  with  the  Eastern  Division  of  the  National  Trans- 
continental railway,  and  such  other  matters  in  relation  to  the  said  railway  as  appear 
to  be  of  piiblic  interest. 

Information  in  detail  as  to  the  progress  of  the  work  will  be  found  in  the  report 
of  the  Chief  Engineer,  and  in  the  reports  of  the  district  engineers,  the  mechanical 
engineer,  and  the  bridge  engineer,  hereto  annexed. 

The  total  expenditure  during  the  fiscal  year  on  accoiuit  of  construction  was 
$12,084,663.16,  making  the  total  expenditure  on  this  account  from  the  organization 
of  the  commission  in  1904  to  March  31,  1914,  $142,967,999.02. 

(It  should  be  noted  in  this  connection  that  no  payments  have  been  made  by  the 
commission  on  account  of  interest  on  capital  expenditure;  nor  has  the  commission 
refunded  any  part  of  the  expenditure  made  by  the  Government  on  the  approaches  to 
the  Quebec  bridge  before  the  taking  over  of  the  said  approaches  by  the  commission 
as  a  part  of  the  Transcontinental  railway.  Neither  of  these  items,  therefore,  is 
included  in  the  statement  of  expenditure  to  March  31,  1914.) 

Tracklaying  in  the  main  line  of  the  Eastern  Division,  i.e.,  between  Moncton  and 
Winnipeg,  was  completed  on  November  17,  1913,  when  the  last  spike  was  driven  con- 
necting districts  "B"  and  "  C."  (This  does  not  include  the  Quebec  bridge,  1-10 
miles.)    The  total  miles  of  track-laying  completed  on  March  31,  1914,  was : — 

Miles. 

Main  line   1,803  -42 

Double  track,  and  line  from  bridge  to  Quebec   20-79 

Sidings  and  yards   423  -26 

Total  track   2,247:47 

Stcol  bridges  were  97-2  per  cent  completed  on  March  31,  1914. 

During  the  fiscal  year,  contracts,  after  having  been  duly  advertised  and  sanctioned 
by  the  Governor  in  Council  as  required  by  the  National  Transcontinental  Railway 
Act,  have  been  awarded  in  each  case  to  the  lowest  tenderer  complying  with  the  require- 
ments of  the  commission,  as  follows: — 
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STEEL  RAILS. 

Dominion  Iron  &  Steel  Company,  Limited— Q,081  gross  tons,  80-pound  steel  rails 
for  delivery  at  Hervey  Junction  and  St.  Anselme,  Que.,  as  follows:  1,732  gross  tons 
f.o.b.  cars,  St.  Anselme,  Que.,  at  $35.65  per  gross  ton;  4,349  gross  tons  f.o.b.  cars, 
Hervey  Junction,  at  $37.25  per  gross  ton. 

Dominion  Iron  &  Steel  Company,  Limited— 1,S2Z  gross  tons,  80-pound  steel  rails 
delivered  free  on  dock  of  Quebec  &  Lake  St.  John  railway,  or  other  dock  as  engineer 
may  designate  in  Quebec  prior  to  closing  of  navigation  1913.  Price,  $33.75  per  gross 
ton. 

QUEBEC-LEVIS  TRAIN  FERRY. 

Cammell  Laird  and  Company,  Limited,  BirJcenhead,  England. — One  steel  screw 
steam  railway  train  ferry  for  delivery  at  the  harbour  of  Quebec  on  or  before  May  15, 
1914.    Price,  £115,000. 

CAR  FERRY  SLIP. 

La  Compagnie  Generale  d'Entreprises  Puhliques,  Limitee,  Levis,  Que. — For  con- 
struction of  a  car  ferry  slip  and  approaches  thereto  at  Levis.  Price,  schedule  rates. 
Engineer's  estimate  of  cost  on  basis  of  lowest  tender,  $36,644.22. 

La  Compagnie  General  d'Entreprises  Puhliques,  Limitee. — Dredging  and  excava- 
tion of  material  for  car  ferry  slip,  at  Levis,  Que.  Price:  solid  rock,  $7.45  per  cubic 
yard;  other  material,  90  cents  per  cubic  yard.  Engineers'  estimate  of  cost  on  basis 
of  lowest  tender,  $210,400. 

STEEL  BRIDGES. 

The  Canadian  Bridge  Company,  Limited. — Superstructure  for  one  steel  railway 
bridge  at  Beaver  creek.  Mile  113  from  east  end  of  district  "  E."  Price:  steel  4-89 
cents  per  pound;  timber,  $52  per  M  b.m. 

The  Hamilton  Bridge  Worl:s  Company,  Limited. — Superstructures  for  two  steel 
railway  bridges  at  first  and  second  crossings  of  Megiskan  river  at  Mile  163.5  and  178, 
west  of  Weymontachene,  district  "  C. "  Price:  steel,  5.18  cents  per  pound;  timber, 
$51  per  M.  b.m. 


The  Canada  Foundry  Company. — Steel  superstructure  for  six  railway  bridges,  as 
follows : — 


Name. 

Mileage,  Dis- 
trict "C." 

Steel,  per 
pound. 

Timber,  per 
M  B.M. 

Cents. 

S  cts. 

119.4 

5  35 

50  00 

134. .3 

5-33 

50  00 

138.5 

5  24 

50  00 

143.75 

5  14 

50  00 

14G.8 

514 

50  00 

150.0 

5- 14 

50  00 

The  Canadian  Bridge  Company,  Limited. — St^el  superstructure  for  one  railway 
bridge  at  third  crossing  South  river.  Mile  117,  east  end  of  district  "  C."  Price :  steel, 
4-72  cents  per  pound;  timber,  54  per  M.  b.m. 
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The  Canadian  Bridge  Company,  Limited. — Steel  superstructures  fOr  four  railway 
bridges,  as  follows: — 


Name. 

Steel,  per 
pound. 

Timber,  per 
M  B.M. 

Cents. 

)?  cts. 

5-40 

55  00 

4-93 

55  00 

4  93 

55  00 

4-93 

.55  00 

MACHINERY. 

Berlin  Machine  Works,  Limited. — Machinery  for  car  shops  at  Transcona,  Man. 
Total  price,  $25,885.02. 

The  Canadian  FairhanTcs-Morse  Co..  Ltd. — Machinery  and  furnaces  for  car  shops 
at  Transcona.    Total  consideration,  $20,799.50. 

Mussen^  Limited. — Machinery  for  car  shops  at  Transcona,  Man.  Total  considera- 
tion, $16,043. 

The  Canada  Machinery  Corporation,  Limited. — Machinery  for  car  shops  at 
Transcona.    Total  consideration,  $21,755. 

J.  A.  Pay  &  Egan  Company. — Machinery  for  car  shops  at  Transcona.  Total 
consideration,  $11,898.33. 
t 

The  John  Bertram  &  Sons  Co.,  Ltd. — Machinery  for  car  shops  at  Transcona,  Man. 
Total  consideration,  $48,615. 

Williams  &  Wilson,  Limited. — Machinery  for  car  shops  at  Transcona,  Man. 
Total  consideration,  $37,280. 

The  Canadian  Crocker-Wheeler  Company,  Limited. — Electrical  motors,  control- 
lers, starters,  and  transformers  for  installation  in  car  shops  at  Transcona,  Man.  Total 
consideration,  $26,500. 

ELECTRIC  WIRING,  CAR  SHOPS. 

L.  K.  Comstoch  &  Company. — Installation  of  electric  wiring  system  apparatus 
and  material  for  power,  motor,  light,  and  telephone  service  in  car  shops  at  Transcona, 
Man.   Total  consideration,  $29,904.    (Schedule  of  prices  for  additions  and  deductions.) 

RAILWAY  TIES. 

Ernest  Gauthier,  Grand'Mere,  Que. — One  hundred  and  ninety-six  thousand  rail- 
way ties  for  delivery  at  points  designated  by  engineer  between  miles  55  and  141,  west 
of  the  Quebec  bridge.  Price:   First-class,  54i  cents  each;  second-class,  49i  cents  each. 

LOCOMOTIVE  AND  C.4R  SHOPS  AT  ST.  MALO,  QUE. 

Joseph  Gosselin,  Levis,  Que. — For  construction  of  locomotive  and  car  shops, 
industrial  track,  and  yard  sewer  system,  connecting  with  the  Quebec  city  sewer  maiTw* 
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or  St.  Charles  river,  traeklaying  and  grading,  drainage,  ditches,  etc.  Price:  Locomotive 
and  car  shops,  lump  sum,  $925,404.68;  (with  schedule  of  prices  for  additions  and 
deductions)  for  yard  water  and  sewerage  systems  to  the  .city  main,  the  yard  traeklaying 
and  grading,  including  ditches,  culverts,  etc.,  all  foundations  for  machines,  and 
equipment  and  extra  depth  of  foundations  required  other  than  shown  on  plans,  at 
schedule  prices,  involving  an  expenditure  estimated  by  the  engineer  at  the  prices  of 
the  lowest  tenderer  of  $209,443.80. 


ENGINE-HOUSE  AT  O'bRIEN,  QUE. 

F.  Munro  &  Co. — Construction  of  a  12-stall  engine  house  without  machine  shop 
at  O'Brien,  Que.,  district  "  C,"  for  lump  sum  of  $59,189.44,  exclusive  of  heating 
apparatus. 

(With  schedule  of  prices  for  additions  and  deductions.) 


HEATING   SYSTEMS  FOR  ENGINE-HOUSES   AT  DOUCET   AND  O'bRIEN. 


F.  W.  Miller  Heating  Go. — For  steam  heating  systems  to  be  installed  in  round- 
houses at  Doucet  and  O'Brien,  Que.   Price,  $4,575  each. 


STATION  BUILDINGS,  ETC. 

John  King,  Fort  William,  Out. — Construction  of  station  and  other  buildings 
between  Mile  57,  west  of  Weymontachene,  Que.,  and  Cochrane,  Ont.,  as  follows : — 

Section  No.  19 — 

7  design  "A"  stations  at  each  $3,950 

7  tool  houses,  No.  1  "  212 

7  station  privies  "  175 

7  coal  boxes  "  122 

Section  No.  20 — 

1  design  "D"  station   $  23,500 

6  design  "A"  stations  each  3,950 

1  trainmen's  house.  .   .   11,300 

1  storehouse. .  .   8,500 

1  icehouse   3,550 

1  freight  house   4,130 

7  tool  houses  each  212 

6  coal  boxes                                                                                    "  122 

6  privies                                                                                          "  175 

Section  No.  21 — 

6  design  "A"  stations  each  3,950 

8  tool  houses                                                                                   "  212 

6  coal  boxes                                                                                        "  122 

6  station  privies                                                                                   "  175 

Section  No.  22 — 

1  design  "D"  station   $  23,500 

1  26  foot  by  60  foot  station   5,000 

16  design  "A"  stations  each  3,950 

1  trainmen's  house   11,300 

1  storehouse   8,500 

1  freight  house   4,130 

1  icehouse   3,550 

4  section  houses  each  3,300 

1  section  house,  with  plumbing   3,500 

22  tool  houses  each  212 

17  coal  boxes                                                                                   "  122 

17  station  privies                                                                                 "  175 

4  section  privies                                                                                  "  160 

(with  schedule  of  prices  for  additions  and  deductions.) 
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Crocheii  &  Tharle,  Fort  William,  Out. — Construction  of  one  storehouse  and  two 
tool  houses  at  Cochrane,  Ont.    Price:  storehouse,  $8,150;  two  tool  houses  at  $207  each. 
(With  schedule  of  prices  for  additions  and  deductions.) 

John  King,  Fort  William,  07i^.— Construction  of  one  freight  house  at  Cochrane 
for  lump  sum  of  $4,000,  and  one  icehouse  for  lump  sum  of  $3,500. 
(With  schedule  of  prices  for  additions  and  deductions.) 

Charles  Achille  Vezina,  Quebec,  Que. — Cons-truction  of  office  building  on  site  of 
Leonard  shops  at  St.  Malo,  Que.    Price,  lump  sum  of  $3,918. 
(With  schedule  of  prices  for  additions  and  deductions.) 

Crockett  &  Tharle,  Fort  William,  Ont. — Construction  of  seven  section  houses  and 
seven  section  privies  in  District  "  E."  Price:  Section  house,  $3,200  each;  section 
privies,  $175  each. 

200-TON  MECHANICAL  COALING  PLANTS. 

'I'he  Roherts  and  Schafer  Company. — Six  200-ton  double-track  mechanical  coaling 
plants  with  sand  house  and  storage,  one  erected  complete  at  each  of  the  following 
divisional  points,  viz.:  One  at  Monk,  for  the  lump  sum  of  $17,199;  one  at  Bridge, 
for  the  lump  sum  of  $16,271;  one  at  Fitzpatrick,  for  the  lump  sum  of  $17,967;  one  at 
Parent  for  the  lump  smn  of  $18,432;  one  at  Doucet,  for  the  lump  sum  of  $19,010;  and 
one  at  O'Brien,  for  the  lump  sum  of  $19,052. 

SHAVINGS  AND  SAWDUST  EXHAUST  SYSTEM. 

The  A.  B.  Ormshy  Company. — For  the  construction  and  erection  of  a  shavings 
and  sawdust  exhaust  system  in  the  car  shops  at  Transcona,  for  the  lump  sum  of  $8,021. 

QUEBEC  TERMINALS. 

An  agreement  was  entered  into  under  date  of  December  22,  1913,  to  which  the 
parties  respectively  are:  (1)  His  Majesty  The  King,  represented  by  the  Minister  of 
Railways  and  Canals  and  the  Commissioners  of  the  Transcontinental  railway;  (2) 
The  Canadian  Pacific  Railway  Company  and  the  North  Shore  Railway  Company ;  and 
(3)  the  city  of  Quebec.  It  provides  for  the  erection  and  equipiment  by  the  Govern- 
ment, in  the  city  of  Quebec  and  the  adjoining  municipality,  of  railway  workshops,  and 
the  erection  by  the  Government  and  the  said  railway  companies,  together,  of  a  union 
passenger  station  and  freight  houses  and  terminal  facilities  on  the  companies'  property 
in  Quebec.  In  consideration  of  these  works  the  city  grants  certain  concessions  duly 
set  out  in  the  agreement. 

An  agreement  was  also  entered  into,  under  date  IStli  day  of  March,  1914,  to  which 
the  parties,  respectively,  are;  (1)  Canadian  Pacific  Railway  Company;  and  (2)  His 
Majesty,  represented  by  the  Minister  of  Railways  and  Canals,  and  the  Commissioners 
of  the  Transcontinental  railway,  by  which  provision  is  made,  for  the  purposes  of  the 
Eastern  Division  of  the  National  Transcontinental  railway,  and  of  all  railways  oper- 
ated and  controlled  by  the  Government  of  Canada,  while  so  operated  and  controlled,  for 
the  joint  use  by  the  parties  to  the  agreement  of  a  track  connection  between  the  said 
Eastern  Division  and  the  Canadian  Pacific  railway,  and  of  the  company's  passenger 
and  freight  stations  and  terminal  facilities  in  the  city  of  Quebec,  for  the  purposes  of 
a  union  terminal  and  property. 

The  whole  respectfully  submitted. 

Your  obedient  servant. 


R.  W.  LEONARD. 

Commissioner. 


8 


TRANSCONTINENTAL  RAILWAY  COMMISSIONERS 


5  GEORGE  v.,  A.  1915 


CHIEF  ENGINEER'S  REPORT  OF  PROGRESS  FROM  MARCH  31,  1913, 

TO  MARCH  31,  1914. 

Ottawa,  Ont.,  July  8,  1914.  ' 

The  Commissioners  of  the  Transcontinental  Railway, 
Ottawa,  Ontario. 

Sirs, — I  beg  to  submit  the  following  report  on  progress  of  work  from  March  31, 
1913,  to  March  31,  1914:— 

District  "A." — All  work  of  grading,  buildings,  coaling  plants,  bridges,  etc.,  is 
complete,  and  very  little  remains  to  be  done  on  installation  of  equipment  in  divisional 
•    point  engine-houses. 

This  portion  of  the  line  Avas  turned  over  to  the  operating  department  on  November 
21,  1912. 

The  total  length  of  main  line  track  on  this  district  is  256-29  miles;  sidings  and 
yards,  68-96  miles. 

Steel  bridges  are  100  per  cent  complete. 

District  "  B." — Contract  No.  7  is  practically  completed  on  all  items,  and  is  being 
operated  for  a  distance  of  29  miles  from  the  New  Brunswick  boundary  westward, 
in  conjunction  with  the  portion  in  New  Brunswick. 

Contract  No.  8  still  requires  the  following  to  complete:  Train-filling,  140,000 
cubic  yards;  ballasting,  60,000  cubic  yards;  telegraph  line,  about  27  miles;  fencing, 
52  miles;  the  completion  of  tracklaying  in  the  "Monk"  division  yard,  about  7^  miles; 
erection  of  coaling  plant  and  installation  of  balance  of  equipment  in  "  ]\ronk  "  engine- 
house. 

The  station  buildings  are  practically  completed. 

Contract  No.  9  is  practically  completed,  with  the  exception  of  about  7  miles  of 
tracklaying  in  "  Bridge  "  division  yard,  and  ballasting  of  same,  amounting  to  about 
20,000  cubic  yards. 

A  contract  has  been  let  for  the  coaling  plant  to  be  erected  at  the  "  Bridge "  yard, 
and  this  will  be  completed  during  the  coming  summer. 

A  pumping  plant  for  water  service  at    Bridge  "  has  still  to  be  installed. 

Contract  No.  9A,  "  Terminals  Contract,  Quebec  Bridge  to  Champlain  Market." — 
This  contract  still  requires  the  following  to  complete:  Approximately  70,000  cubic 
yards  train-filling,  20,000  cubic  yards  ballast,  about  2  miles  of  tracklaying,  14  miles 
of  fencing,  7  miles  of  telegraph  line,  and  erection  of  station  building  at  Champlain 
market. 

Quebec  and  Levis  Ferry  Slips  and  Approaches. — On  the  Quebec  side  the  work 
is  being  done  by  the  Quebec  Harbour  Commissioners.  On  the  Levis  side,  fair  progress 
has  been  made,  and  the  work  should  be  completed  by  the  first  of  September. 

Train  Ferry,  at  Quebec. — This  ferry  was  launched  at  Birkenhead,  England,  by 
Cammell,  Laird  &  Co.,  on  Januai-y  17,  1914,  and  is  under  contract  to  be  delivered 
the  early  part  of  the  summer. 

Leonard  Locomotive  Car  Shops  at  Quebec, — Contract  was  let  for  this  work  in 
October,  1913,  and  very  fair  progress  has  been  made.  The  mechanical  engineer's 
report,  herewith,  gives  in  detail  the  condition  of  various  parts  of  the  plant  under 
construction. 

Contract  No.  10  is  practically  complete,  with  the  exception  of  some  installation 
of  machinery  at  the  "  Fitzpatrick  "  roundhouse,  which  is  now  being  proceeded  with. 
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A  considerable  quantity  of  re-tieing  will  be  done  during  the  coming  summer,  and 
ties  are  now  being  delivered  for  this  work. 

All  buildings  are  practically  complete,  but  a  coaling  plant  has  still  to  be  erected 
at  Fitzpatrick. 

Contract  No.  11  is  completed,  but  a  small  amount  of  re-tieing  will  be  done  during 
the  coming  summer. 

Contract  No.  12. — The  grading  on  this  contract  is  completed;  also  the  concrete 
substructures.  The  steel  superstructures  are  all  in  place,  with  the  exception  of  that 
over  the  Susie  river. 

A  small  amount  of  tracklaying,  ballasting,  and  fencing  still  remains  to  be  done  in 
the  "  Parent "  division  yard. 

The  buildings  on  this  contract  are  about  75  per  cent  completed,  with  the  exception 
of  the  engine  house  and  section  house  at  "  Parent,"  which  are  completed.  The 
installation  of  equipment  at  this  point  is  being  proceeded  with.  A  coaling  plant  is 
to  be  erected  this  season  at  Parent." 

Contract  No.  13B. — The  grading  on  this  contract  is  practically  completed,  with 
the  exception  of  some  train-haul  embankments,  amounting  to  410,000  cubic  yards.  The 
ballasting  still  to  be  done  consists  of  some  22  miles  of  main  line  and  about  9  miles  in 
"  Doucet "  division  yard,  amounting  to  about  100,000  cubic  yards. 

The  remaining  tracklaying  is  about  9  miles  in  "  Doucet "  yard. 

No  telegraph  line  has  been  erected  on  this  contract,  56  miles. 

All  stations  and  other  buildings  (at  "  Doucet ")  have  still  to  be  erected,  but  con- 
tracts have  been  let  for  same,  and  these  will  be  erected  during  the  coming  summer, 
as  also  a  coaling  plant  at  "  Doucet." 

One  25-foot  concrete  arch,  and  one  20-foot  arch,  as  well  as  some  smaller  structures, 
are  to  be  built  during  the  sunmier.  The  concrete  substructures  for  three  crossings  of 
the  Atik  river  will  also  be  placed. 

The  steel  viaduct  over  Canyon  creek  has  been  completed,  and  the  Mamaguish 
crossing  is  practically  complete. 

The  average  number  of  men  employed  on  the  district  during  the  year  was  1,647 ; 
and  horses,  67. 

The  total  length  across  District  B  "  (not  including  the  Quebec  bridge)  is  562-65 
miles. 

Main  line  track  is  564-92  miles,  which  includes  double  track  from  "Bridge"  to 
Cap  Eouge. 

A  total  of  112-17  miles  of  sidings  and  yards  have  been  laid;  and  there  are  10-90 
miles  of  track  laid  in  line  from  Quebec  bridge  to  Champlain  Market  (including  5  miles 
of  double  track.) 

Total  track  laid  in  district  to  :Nrarch  31,  1914,  687-99  miles. 

The  percentage  of  steel  bridges  erected  on  the  district  to  March  31,  1914,  99-7 
per  cent. 

District  "  G — D." — Contract  No.  13C.  On  this  contract  the  work  still  remain- 
ing to  be  done  consists  principally  of:  train-filling,  220,000  cubic  yards;  ballast,  60,000 
cubic  yards;  concrete,  2,200  cvibic  yards;  and  seven  station  buildings,  all  of  which  will 
be  finished  during  the  coming  summer. 

Contract  No.  14. — With  the  exception  of  train-filling  on  sundry  sags  and  sink 
holes,  the  grading  on  this  contract  is  practically  completed.  The  remaining  work 
consists  of  the  erection  of  three  steel  bridges,  the  c(jmpletion  of  the  water  service  in 
"  O'Brien  "  division  yard,  the  erection  of  steel  tank,  pump  houses,  etc.,  and  the  erec- 
tion of  coaling  plant  at  "  O'Brien." 

The  "  Cochrane  "  engine  house,  track  scales,  etc.,  are  complete,  and  the  "  O'Brien  " 
engine  house  is  90  per  cent  done.  Stations  and  other  buildings  on  the  contract  are  82 
per  cent  complete. 


10 


TRANSCO^'TINENTAL  RAILWAY  COMMISSIONERS 


5  GEORGE  v.,  A.  1915 

Contract  No.  15. — The  grading  on  this  contract  is  complete,  as  are  also  buildings 
and  all  other  items. 

Contract  No.  16. — The  work  remaining  to  be  done  on  this  contract  consists  prin- 
cipally of  the  following:  train-filling,  255,000  cubic  yards;  ballast,  105,000  cubic  yards; 
telegraph  line,  50  miles.  The  condition  of  the  various  items  being:  track-laying,  91 
per  cent  complete  (balance  being  three  miles  in  "  Hearst "  division  yard) ;  culverts,  92 
per  cent  complete ;  water  service,  65  per  cent  complete ;  "  Hearst "  engine  house,  98 
per  cent  complete;  all  other  buildings,  93  per  cent  complete.  The  track  scales  and 
cinder  hoist  have  not  yet  been  started. 

It  is  expected  that  all  work  on  District  "  C-D  "  will  be  fully  completed  during  the 
coming  season. 

On  November  17,  1913,  track-laying  on  main  line  from  east  to  west  met  at  the 
first  crossing  of  the  Megiskan  river  on  contract  No.  13,  this  connection  completing 
the  main  line  track-laying  from  Moncton  to  Winnipeg. 

The  total  length  of  the  main  line  on  District  "  C-D"  is  412-67  miles,  and  track 
has  been  laid  over  the  entire  length.  In  addition,  there  are  96-77  miles  of  sidings 
and  yards. 

The  percentage  of  steel  bridges  erected  on  District  "  C"  to  March  31,  1914,  84-4 
per  cent;  and  on  district  "  D,"  94-4  per  cent. 

The  average  number  of  men  employed  during  the  year  was  1,008;  and  horses,  14. 

A  large  amount  of  extra  train-filling  was  done  on  the  district  during  the  past  year 
on  account  of  sink  holes  developing. 

A  slide  occurred  at  the  Okikodasik,  carrying  the  east  abutment,  foundation  piles, 
and  an  80-foot  girder.  This  has  been  temporarily  replaced,  and  a  steel  viaduct  will  be 
erected  during  the  coming  summer. 

The  telegraph  line  is  practically  completed  on  contracts  13,  14,  and  15  but  labour 
conditions  have  caused  considerable  delay  on  contract  No.  16  on  this  work. 

Several  serious  bush  fires  occurred  on  the  district  during  the  past  season.  One  of 
our  Residency  buildings  at  Bell  river  on  contract  No.  13  was  burned,  as  also  one  at 
Hearst  on  contract  No.  16.  The  general  contractors  lost  their  machine  and  repair 
shops  and  other  buildings  at  Peter  Brown  Creek  headquarters,  and  this  caused  some 
delay  in  the  progress  of  the  contract. 

District  "  E  ". — Contract  No.  17 :  The  grading  on  this  contract  is  87  per  cent 
Complete,  the  balance  being  train-filling  amounting  to  632,000  cubic  yards,  one-third 
of  which  goes  to  Pagachuan  river. 

Track-laying  is  82  per  cent  complete,  the  balance  being  8  miles  to  lay  in  "Grant" 
division  yard. 

All  main  line  has  first  lift  of  ballast,  and  part  of  it  second  lift.  There  remains 
173,000  cubic  yards  ballasting  still  to  be  done. 

All  concrete  work  is  finished,  and  permanent  bridge  substructures  are  97  per  cent 
complete. 

Other  work  still  to  be  done  consists  principally  of  the  following:  Telegraph  line, 
60  miles;  part  of  "Grant"  division  yard  water  and  sewer  service;  completion  of  the 
engine  house  and  equipment  at  "  Grant "  division  yard. 

Station  and  other  buildings  are  68  per  cent  complete. 

Contract  No.  18. — This  Contract  is  practically  complete  with  the  exception  of  the 
following:  Train-fill,  380,000  cubic  yards;  ballasting,  32,000  cubic  yards;  telegraph 
line,  30  miles. 

Contract  No.  19  E  is  practically  complete  on  all  items. 

The  total  length  of  the  main  line  on  District  "E"  is  195-33  miles,  and  track  is 
laid  over  the  entire  length.   In  addition,  there  are  33  56  miles  of  sidings  and  yards. 

The  percentage  of  steel  bridges  erected  on  the  district  to  March  31,  3914,  93-4 
per  cent. 
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The  average  number  of  men  employed  on  the  district  during  the  year  was  904; 
and  horses,  7. 

Ballasting  and  train-filling  progressed  slowly  last  year,  partly  owing  to  the  late 
spring.  There  were  also  a  number  of  sink  holes  developed  which  delayed  other  work. 
These  are  now,  however,  up  to  grade,  and  it  is  expected  will  remain  so. 

All  concrete  culverts  and  bridge  substructures  on  this  district  are  finished,  and 
all  the  large  steel  viaducts  are  now  erected,  but  there  are  still  some  eight  small  girder 
spans  to  be  erected.    This  will  be  done  during  the  coming  summer. 

The  water  service  is  practically  completed  except  at  "  Grant "  division  yard,  and 
several  small  connections  to  water  tanks. 

Labour  conditions  have  delayed  the  construction  of  the  telegraph  line  on  this 
district,  but  this  will  be  completed  during  the  coming  summer. 

All  stations  and  other  buildings  are  well  under  way,  and  will  be  completed  at  an 
early  date. 

It  is  anticipated  that  all  work  on  District  "  E "  will  be  fully  completed  during 
the  coming  season. 

District  "  F  ".—Contracts  Nos.  19F,  20,  20A:  East  end  of  district  to  11-5  miles 
west  of  Superior  Junction.    These  contracts  are  fully  completed. 

Contract  No.  21:  11-5  miles  west  of  Superior  Junction  to  Red  River  bridge.  This 
contract  is  complete  with  the  exception  of  some  track-laying  and  train-filling  in 
Trauscona  division  yard,  and  the  completion  of  yard  layout  in  Redditt  division  yard. 

District  "  F  ". — Contract  No.  22 :  Red  River  bridge  to  west  side  of  Water  street, 
Winnipeg.    This  contract  is  fully  completed. 

Contract  No.  21A,  for  filling  around  Transcona  shops,  is  practically  completed, 
only  a  small  amount  of  filling  remaining  to  be  done. 

All  buildings  in  the  district  are  99  per  cent  completed. 

Various  small  uncompleted  contracts  on  the  district  are  as  follows:  Second  cinder 
hoist  at  Redditt ;  laying  guard  rails  on  Red  River  bridge  and  approaches ;  extension  of 
water  and  sewerage  systems  at  Redditt  and  Graham;  laying  of  additional  track  in 
Graham  divisional  yard ;  completion  of  section  house  near  crossing,  Dundee  branch, 
C.N.R.,  at  Transcona. 

All  work  on  this  district  will  be  fully  completed  during  the  coming  summer. 

The  total  length  of  the  main  line  on  District  "F"  is  376-48  miles,  and  384-10 
miles  of  main  line  track  has  been  laid,  including  double  track,  Transcona  to  Winnipeg. 
In  sidings  and  yards  there  arc  111  SO  miles  track  laid.  Total  track  now  laid  on  dis- 
trict, 49.5-90  miles. 

The  percentage  of  steel  bridges  erected  to  March  31,  1914,  on  District  "  F,"  98-5 
per  cent. 

The  average  number  of  men  employed  during  the  year  was  296;  and  horses  7. 


A  contract  was  let  in  January,  1914,  for  the  construction  of  coaling  plants  at  the 
following  divisional  points:  Monk,  Bridge,  Fitzpatrick,  Parent,  Doucet,  and  O'Brien, 
and  work  has  started  on  some  of  these. 

The  mileage  from  Moncton,  N.B.,  to  the  west  side  of  Water  street,  Winnipeg, 
is  1,804-5  miles  (including  1-10  miles  as  the  length  oE  Quebec  Bridge  contract). 

Track-laying  done  to  March  31,  1914,  was: — 


GENERAL. 


Double  track  and  line  from  "  Bridge  "  to  Quebec 


Siding  and  yards 


Main  line 


Miles. 
1803  -42 
20  -79 
423  -26 


Total  track 


2247  -47 
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Bridges  to  March  31,  1914,  97-2  per  cent  complete. 

I  attach,  hereto,  reports  from  the  various  district  engineers  and  bridge  engineer, 
which  speak  for  themselves. 

The  mechanical  engineer's  report,  attached  herewith,  gives  in  detail  the  prevail- 
ing condition  of  the  various  shops,  roundhouses,  cinder  hoists,  coaling  plants,  etc., 
from  Moncton  to  Winnipeg. 

I  also  attach  a  list  showing  casualties  which  occurred  during  the  year  ending 
March  31,  1914. 

The  following  photographs  have  been  selected  as  being  of  interest  in  the  forgoing 
report,  and  are  to  accompany  same: — 

Bridges. — Mamaguish  River  viaduct.  Ground  Hog  River  bridge,  White  River 
bridge,  Bascule  Lift  Span  over  Red  river,  Winnipeg. 

Shops. — Interior,  freight  car  shop,  Transcona;  Centre  Bay,  freight  car  shop, 
Transcona;  Exterior  view,  freight  car  shop,  Transcona. 

Your  obedient  servant, 

GORDON  GRANT, 

Chief  Engineer. 

CASUALTIES,  MARCH  31,  1913,  TO  MARCH  31,  1914. 


District  "  A." — None. 
District  "  B." 


Date. 

Name. 

Cause  of  Casualty. 

April  29,1913.. 
May  20,1913.. 
October     21,  1913. . 

J.  H.  Taylor  

Killed  while  boarding  train  of  dump  cars  in  motion. 

District  "  C-D." 

April        28,  1913. . 

28,1913.. 

May  4,1913.. 
July  15,1913.. 
August  1,1913.. 

IG,  1913. . 

Michael  Oakushervich. 

Frank  For.setta  

—  Downey  

P.  Cunningham  

Killed  by  collapse  of  temporary  trestle  while  engaged  in  re- 
pairs. 

Badly  injured  in  above  accident.    No  report  a.s  to  outcome 

of  injuries. 
Killed  by  tret  falling  on  him. 
Crushed  under  train. 
Drowned  by  upsetting  of  canoe. 
Injured  by  falling  off  ballast  train. 

District  "  E." 

September  8,  1913  . 

Killed  by  falling  between  cars  while  in  motion. 

District  "F." 

March  20,1914.. 

F.  D.  Friend  (resident 
engineer). 

Died  at  Graham,  Ont.    Cause,  heart  failure. 
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REPORT  OF  DISTRICT  ENGINEER— DISTRICT  "B." 

Quebec,  June  10,  1914. 

Gordon  Grant,  Esq., 

Chief  Engineer, 
Ottawa. 

Sir, — In  accordance  with  your  instructions,  I  beg  to  transmit,  herewith,  annual 
report  of  progress  for  the  fiscal  year  ending  March  31,  1914,  showing  the  percentage 
of  work  done  on  each  contract  on  District  "  B,"  the  work  remaining  to  be  done,  and 
such  other  details  as  are  required  to  make  plain  to  you  the  present  state  of  progress 
and  probable  date  of  completion. 


Contract  7,  iiiLES  203-150,  New  Brunsavick  Boundary  westerly. 

Contractors — J/.  P.  and  J.  T.  Davis. 

This  contract,  with  the  exception  of  a  little  fencing,  cattle  guards,  mile  posts,  and 
painting  of  water  tanks,  is  completed.  The  Intercolonial  Railway  are  now  operating 
a  part  of  it  between  the  New  Brunswick  boundary  and  St.  Eleuthere,  a  distance  of 
29  miles. 


Percentage 
previously 
returned. 


Percentage  to 
date. 


% 

95 

% 
100 

95 

100 

95 

100 

95 

100 

95 

100 

95 

100 

9: 

25 

85 

91 

98 

61 

100 

Description . 


Grading    

Track  laying  

Ballasting  

Trestles  and  culverts  

Permanent  bridge  substructures  

"  11  superstructures. 

Water  service  

Fencing  

Telegraph  line  

Buildings  


Contract  8,  miles  150-0,  Quebec  Bridge. 

Contractors — M.  P.  and  J.  T.  Davis. 

Contrary  to  our  understanding  with  the  contractors,  this  contract  is  not  yet  com- 
pleted, and  from  present  appearances  it  will  not  be  in  a  state  to  be  handed  over  to  the 
commission  before  the  first  of  September.  There  are  still  over  one  hundred  thousand 
cubic  yards  of  train-filling  to  do,  besides  ballasting  of  10  miles,  general  trimming  up 
of  several  miles  of  roadbed,  completion  of  the  Monk  divisional  yard,  as  well  as  two 
water  tanks,  27  miles  of  telegraph  line,  and  52  miles  of  fencing  to  erect. 

buildings. 

Our  buildings  on  this  contract  are  completed,  with  the  exception  of  our  Lapointe 
and  Lippee  stations,  which  are  about  50  per  cent  completed. 

steel  superstructures. 
All  steel  superstructures  are  in  place. 
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PERCENTAGE  OF  WORK  DONE  TO  DATE. 


Description . 


Grading    

Tracklaying  Monk 

Ballasting   

Trestles  and  culverts  

Permanent  substructures  

11  superstructuri-s  

Water  service  

Telegraph  line  

Buildings  


Percentage 
previously 
returned. 


7 

°/ 

/o 

/o 

94 

98 

95 

97 

50 

87 

95 

100 

95 

100 

100 

25 

70 

60 

74 

60 

98 

Percentage  to 
date 


COMPLETION  OF  "WORK. 

As  stated  above  I  do  not  think  that  this  contract  can  be  completed  before  the  first 
of  September,  the  contractors  having  abandoned  the  operation  of  the  contract  between 
St.  Anselme,  mile  26,  and  Monk,  mile  105,  for  the  winter;  the  Quebec  Central  Eailway 
entered  into  an  agreement  with  the  Government  in^  the  month  of  February  to  carry 
on  the  operation  till  the  first  of  May,  thus  affording  great  relief  to  settlers  and  lumber 
companies. 


Contract  9,  miles  0-50,  Quebec  Bridge  westerly. 


Contractors — M.  P.  and  J.  T.  Davis. 

This  contract  is  entirely  completed,  with  the  exception  of  the  sidings  in  our 
Bridge  yard.  The  difficulty  experienced  here  is  the  finding  of  suitable  ballast,  as  the 
work  itself  should  not  take  more  than  a  month  to  finish.  The  water  service  for  the 
Bridge  yard,  which  requires  a  special  pumping  plant,  has  to  be  completed  by  the  com- 
mission. 

percentage  of  work  done  to  date. 


Description. 


Percentage 
jneviously 
returned. 


Grading  

Tracklaying  

Ballasting  

Trestles  and  culverts.  ...  . 
Permanent  substructures. . , 
Permanent  superstructures. 

Water  service  

TeIograi)h  line  

Fencing  

Buildings  


7 

/o 

98 
95 
95 
95 
9S 

2 
95 
95 
95 


Terminals  Contract,  Quebec  Bridge  to  Champlain  Market. 


Contractors — M.  P.  and  J.  T.  Davis. 


The  double  track  i.s  hi  id  and  ballastcil  from  the*  Quebec  bridge  to  Mile  5,  and  a 
single  track  from  there  in  to  the  Champlain  Market  site.    Two  months'  work  in  the 
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spring  will  be  sufficient  to  complete  the  whole  line  from  the  Quebec  bridge  to  the 
Champlaiu  market.  This  is,  of  course,  irrespective  of  the  station  at  the  Champlaiu 
Market  site,  which  has  not  yet  been  decided  upon.  The  telegraph  line  has  also  to  be 
attended  to,  but  can  be  easily  done  within  the  time  specified  for  the  grading. 

Quebec  and  Levis  Ferry  Slips  and  Approaches. 

On  the  Quebec  side,  the  work  is  being  done  by  the  Quebec  Harbour  Commissioners. 
On  the  Levis  side,  the  contractors  are  La  Compagnie  Generale  d'Entreprise  Publiques. 
Very  fair  progress  has  been  made,  and  the  work  should  be  completed  by  the  first  of 
September. 

Contract  10,  miles  50-150,  Q.B.  westerly. 

Contractors — Macdonell  &  O'Brien. 

This  contract  is  completed  and  ready  for  operation.  A  considerable  quantity 
of  new  ties  will  have  to  be  replaced  in  the  track  in  the  spring,  and  the  machinery  for 
the  Fitzpatrick  roundhouse  has  yet  to  be  installed  by  our  mechanical  department. 
Some  of  the  high  side-hill  cuts  along  the  St-Maurice  river  also  require  attention,  but 
this  work  is  being  done  by  the  contractors  by  force  work. 


Percentage  of  work  done  to  date. 


Descrii)tion. 


Grading   

Tracklaying  

Ballasting  

Tres'tles  and  culverts  

Permanent  substructures . . 
Permanent  superstructures 

Water  service  

Fencing  

Telegraph  line  

Buildings  


Percentage 
previously 
returned. 


Per  cent. 

99 
99 
95 
99 
100 
100 
95 
95 
95 
60 


Percentage 
to  date. 


Per  cent. 

100 
100 
100 
100 
100 
100 
99 
100 
100 
100 


The  re-tieing  of  the  line  will  probably  take  four  months  to  complete,  but  will  not 
interfere  with  the  operation  of  the  line  as  it  can  be  done  by  the  section  men. 

Contract  11,  .milks  150-196  4  Q.B.  westerly.  , 
Contractors — Grand  T runic  Pacific  RaUwaij. 
Suhcontractors — Macdonell  &  O'Brien. 
This  contract  is  100  per  cent  completed,  and  ready  for  operation. 

Contract  12,  miles  lOfi-203-4  Q.B.  westerly. 

Contractors — Macdonell  &  O'Brien. 

The  grading  on  this  contract  is  completed,  as  are  the  concrete  substructures.  The 
steel  superstructures  are  all  in  place,  with  the  exception  of  that  over  the  Susie  river, 
mile  303-5,  which  has  not  yet  been  delivered.  The  tracklaying,  ballasting,  telegraph 
line  and  water  service  are  completed,  but  there  still  remains  some  riprapping  and  a 
little  trimming  up  to  do. 
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BUILDINGS. 

The  station  buildings  are  somewhat  behind,  but  can  easily  be  completed  by 
September  next.  The  engine  house  and  section  house  at  Parent  are  completed,  but 
the  machinery  still  has  to  be  installed  by  our  mechanical  department. 

PERCENTAGE  OF  WORK  DONE  TO  DATE. 


Description. 


Grading    

Tracklaying  

Ballasting  

Trestle.s  and  culverts  

Permanent  substructures 

Water  service  

Telegraph  line  

Buildings  


Percentage 
previously 
returned. 


Percentage 
to  date. 


Per  cent. 

Per  cent. 

95 

99 

80 

99  - 

70 

99 

90 

99 

90 

99 

95 

99 

59 

99 

20 

72 

Contract  13,  Miles  303 -4-359 -4,  District  Bcb. 
Contractors — Macdonell  &  O'Brien. 


GRADING. 

The  grading  on  this  contract  is  completed,  with  the  exception  of  some  train- 
haul  embankments,  which  are  to  be  rushed  to  completion  in  the  spring.  There  are 
still  410,000  cubic  yards  of  train-fill,  which  the  contractors  hope  to  complete  by  the 
15th  October. 

CONCRETE  SUBSTRUCTURES. 

There  still  remain  the  following  substructures  to  be  put  in :  25-foot  arch  at  the 
Atik  river;  a  20-foot  arch  and  some  smaller  concrete  arches.  Also  the  following 
bridges:  2nd,  3rd  and  4th  crossings  of  the  Atik  river. 


SUPERSTRUCTURES. 

The  large  viaduct  over  the  Canyon  creek  has  been  completed,  and  the  contractors 
for  the  steel  superstructures  are  now  putting  up  the  Mamaguish  crossing,  which  is 
87  per  cent  completed. 

TRACKLAYING. 

The  tracklaying  in  the  main  line  is  completed,  but  no  track  has  been  laid  to  date 
in  the  Doucet  yard. 

BALLASTING. 

There  still  remain  22  miles  of  main  line  to  ballast,  as  well  as  the  track  in  the 
Doucet  yard. 

BUILDINGS. 

None  of  the  buildings  on  this  contract  have  been  started  yet. 


WATER  SERVICE. 

The  tanks  at  Bolger  and  Doucet  are  delivered,  but  have  still  to  be  erected. 
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PERCENTAGE  OF  WORK  DONE  TO  DATE. 
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Previously 
returned. 


Per  cent. 

35 
1 


Percentage 
to  date. 


Per  cent. 

85 
75 
52 
50 
60 
20 


Description. 


<irading  

Track  laying  

Ballasting  

Trestles  and  culverts*  . . . . 
Permanent  substructures. 

Water  service  

Telegraph  line  


Casualties. 

On  Contract  8,  Joseph  Dionne,  a  Erench-Canadian,  of  St.  Denis,  was  crushed 
nnder  an  engine,  and  died  on  the  29th  April,  1913.  On  contract  No.  12,  G.  Guigiiinto. 
an  Italian,  27  years  old,  died  on  the  20th  May  from  injuries  received  in  a  train 
wreck.  On  the  Terminals  contract,  J.  H.  Taylor,  a  tapeman  employed  on  the  Resi- 
dency staff,  was  killed  on  the  21st  October  while  boarding  a  train  of  dump  cars  in 
motion. 

CONCLUSIOX. 

Contract  7. — Is  now  operated  in  part,  and  can  be  placed  wholly  under  operation 
in  the  spring. 

Contract  8. — The  contractors  state  that  the  work  will  be  ready  to  be  handed 
•over  by  the  first  of  July,  but  in  view  of  previous  delays,  it  is  safer  to  place  the  date 
of  completion  at  the^first  of  September. 

Contract  9. — If  we  can  secure  ballast  for  the  Bridge  yard,  this  contract  can  bo 
-■operated  on  the  first  of  August. 

Contract  9a. — Should  be  completed  by  the  first  of  September. 

Contract  10. — Can  be  operated  now. 

Contract  11. — Can  be  operated  now. 

Contract  12.— Can  be  operated  on  the  first  of  September. 

Contract  13. — May  be  operated  on  the  first  of  November,  even  if  not  entirely 
<'ompleted  by  that  date. 

Yours  truly, 

A.  E.  DOUCET, 

District  Engineer. 

REPORT  OE  DISTRICT  ENGINEER— DISTRICT  "  C-D." 

June  10,  1914. 

GoRDoy  Grant,  Esq., 

Chief  Engineer,  N.T.R.,  ^ 
Ottawa. 

Sir, — In  accordance  with  your  circular  of  June  G,  file  12,424,  I  beg  to  report  on 
progress  and  condition  of  work  on  District  "  C-D,"  for  the  fiscal  year  ending  March 
31.  1914. 
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CONSTRUCTION. 

The  district  comprises  58-5Y  miles  of  contract  No.  13,  contract  No.  14  (150  miles), 
contract  No.  15  (100  miles),  and  contract  No.  10  (104-57  miles),  the  whole  covering 
through  mileage  820-23  to  1,233-37. 

Contract  No.  13. — Macdonell  &  O'Brien,  contractors,  O'Brien  &  Martin,  agents. 
The  part  of  the  contract  on  this  district  extends  from  Mileage  56  "  C  "  to  114-57  "  C." 
The  percentage  of  work  done  is  as  follows : — 

Complete. 

Grading   88  -95  per  cent. 

Tracklaying   96-59 

Culverts  and  small  waterways   89-69 

Bridge  substructures   60-00 

Of  the  concrete  work,  only  the  first  crossing  of  the  Megiskan  river  remains.  As 
the  track  only  reached  this  crossing  in  November,  contractors  decided  to  wait  until 
spring  to  commence  work.    The  balance  of  the  bridges  are  permanent  timber  trestles. 

Complete. 

Ballastins'   73-9  per  cent. 

Telegraph   94-0 

Water  Service   99  "5 

Total  contract   86  0 


BUILDINGS. 


Work  on  the  buildings  has  not  yet  started  on  this  contract,  but  all  the  stations 
will  be  erected  this  coming  summer. 

Work  remaining  to  be  done  consists  principally  of  train-filling,  220,000  cubic 
yards;  "ballast,  00,000  cubic  yards;  concrete,  2,200  cubic  yards;  timber  and  various 
small  items,  value  about  $285,000. 

Contract  No.  IJf. — Grand  Trunk  Pacific  Kailway  Company,  contractors.  This 
coiLtract,  of  150  miles,  extends  from  W\\e  114-57  "  C,"  west  to  Cochrane.    The  per- 


centage of  work  done  is  as  follows: — 

Complete. 

(;radin°-   98.58  per  cent. 

Tracklaying   97.14 

Ballasting   98-23 

Culverts   99-01 

Bridge  substructures   90-00  " 

Telegraph  line   96-00 

Water  service   80-00 

Cochrane  engine  house,  track  scales,  etc   100-00 

Total  contract   97-50 

O'Brien  engine  house   90-00 

O'Brien  coaling  plant  (contract  is  not  yet  let)  — 

Buildings   81-50 


Work  remaining  to  be  done  consists  of  Okikodasik  Kiver  and  Departure  Creek 
viaducts;  Little  Mistongo  bridge;  water  service  in  O'Brien  division  yard,  and  erection 
of  steel  tank,  pump-houses,  etc.,  and  train-filling  on  sundry  sags  and  sink  holes, 
amounting  in  value  to  about  $300,000. 

Buildings  to  complete,  about  $139,000. 

Contract  No.  15. — E.  F.  &  G.  E.  Fauquier,  contractors.  This  contract,  extending 
from  Mile  103  to  Mile  203,  is  finished 

Buildings  on  this  contract  are  finished. 
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Contract  Xo.  16.-^1.  P.  &  J.  T.  Davis,  coutractors,  O'Brien.  McDougall  & 
O'Gorman,  agents.  This  contract  is  104-57  miles  long,  and  extends  from  Mile  203- 
247-57,  District  "  D,"  and  from  Mile  0-60,  old  District  "  E." 


The  percentage  of  work  done  is  as  follows : 

Complete. 

Grading-   94-52  per  cent. 

Tracklaying  (balance  in  Hearst  division  yard)   90-86  " 

Ballasting   70-64 

Culverts  and  small  waterways   91-9  " 

Bridge  substructures   98.82 

Water  service   64-98 

Telegraph  line   :i0.4S 

Hearst  engine  house   97-70 

Total  contract  '   92-26 

Buildings   92-57 


Track  scales  and  cinder  hoists  not  yet  started. 

Work  remaining  to  be  done  consists  principally  of  grading  into  new  ballast  pit 
at  Mile  48;  train-fill,  255,000  cubic  yards;  ballast,  105,000  cubic  yards;  concrete,  corru- 
gated iron  pipes,  telegraph  line,  and  various  small  items,  amounting  in  value  to  al)out 
$490,000. 

Buildings  to  complete,  value  about  $27,000 

Tracklaying  on  the  main  line  of  this  district  was  finished  on  November  17,  1913, 
when  connection  was  made  with  the  line  east  from  Quebec  at  the  first  crossing  of  the 
Megiskan  river,  the  boundary  between  District  "  C-D  "  and  District  "  B."  AH  track 
is  now  laid,  Avith  the  exception  of  parts  of  sidings  on  contract  No.  13,  and  thrc(>  miles 
of  track  in  Hearst  division  yard. 

Ballasting  is  practically  finished  on  contracts  Nos.  14  and  15,  and  there  remains 
about  27  per  cent  to  do  on  contract  No.  13,  and  30  per  cent  on  contract  No.  16. 

A  great  deal  of  extra  train-filling  was  done  this  past  summer,  on  contracts  Nos. 
13.  14  and  16,  on  account  of  sink  holes  developing.  The  filling  of  these  caused  a  delay 
iu  the  general  work  on  all  contracts.  These  were  especially  bad  at  Natagagan  river, 
contract  No.  13;  Lavoie  creek;  Okikodasik  river  and  Molesworth  river,  contract  No. 
14;  and  at  mile  216  and  237,  contract  16. 

At  Mile  237,  about  6  miles  west  of  Hearst,  sink  hole  was  so  bad  that  an  engine 
could  not  cross  for  two  weeks.  These  settlements  caused  considerable  delay  to  the 
work.    However,  all  are  up  to  grade  at  present,  and  I  hope  will  stay  so. 

At  Okikodasik  river,  the  east  abutment,  behind  which  the  fill  had  been  made  for 
eight  months,  suddenly  sliijped  sideways  toward  the  river,  foundation  piles  and  all, 
carrying  with  it  an  80-foot  girder.  This  has  been  temjiorarily  replaced,  and  a  steel 
viaduct  will  be  erected  the  coming  summer. 

Telegraph  line  is  practically  complete  on  contracts  Nos.  13,  14,  and  15,  but  cou- 
tractors on  contract  No.  16  have  had  considerable  trouble  keeping  men  on  the  work. 

Culverts  and  bridge  substructures:  All  concrete  work  is  finished,  with  the  excep- 
tion of  the  Eirst  Megiskan  crossing,  contract  No.  13;  viaducts  at  Okikodasik  and 
Departure  creeks;  and  100-foot  girder  at  Little  Mistongo,  pile  foundations  for  which 
arc  now  going  in. 

All  stei'l  bridges  are  erected,  except  those  noted  above. 

Water  servlc-e:  All  tanks  are  erected,  except  the  70,0()0-gallon  tank  at  O'Brien 
divi>inn  yard,  and  the  service  is  almost  completed,  except  at  that  point. 

Tile  percentage  of  work  done  on  the  district  is  96.34  jier  cent  of  the  total. 

Buildings:  'I'hese  include  stations,  .section  houses,  freight  sheds,  icehouses,  store- 
houses, and  tofil  houses.  John  King  is  contractor  for  all  luiiMings  mentioned  above, 
except  storehouse  at  Cochrane. 

Buildings  on  the  district  arc  7:5-7<>  jicr  cent  complete. 
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FffiES  AND  ACCIDENTS, 

A  serious  bush  fire  broke  out  along  the  Hue  of  contract  No.  13  on  the  first  day  of 
July  last,  and  we  lost  our  Residency  No.  8  buildings,  near  Bell  river. 

The  general  contractors  lost  their  machine  and  repair  shops  and  other  buildings 
at  Peter  Brown  Creek  headquarters,  and  this  loss  caused  some  delay  in  the  progress 
of  the  contract.    Other  fires  occurred  along  the  line,  but  nothing  serious. 

At  Hearst,  contract  No.  16,  we  lost  one  of  the  Residency  buildings  by  fire. 

Very  little  sickness  occurred  amongst  our  staif  or  employees  of  the  general  con- 
tractors. 

STAFF. 

The  district  office  and  field  staffs  were  reorganized  last  April,  and  in  December 
E  general  reduction  in  the  field  staff  was  made  owing  to  the  closing  up  of  the  work. 

The  police  and  medical  services  were  generally  satisfactory,  no  complaints  being 
made. 

I  expect  that  the  whole  of  the  general  contracts,  and  all  buildings  and  other  con- 
iracts,  will  be  finished  by  November  30,  1914. 

Yours  truly, 

T.  S.  ARMSTRONG, 

District  Engineer. 

REPORT  OF  ENGINEER— DISTRICT  "  E." 

June  10,  1914. 

Gordon  Grant^  Esq., 

Chief  Engineer,  National  Transcontinental  Railway, 
Ottawa,  Ontario. 

Sir, — In  accordance  with  your  circular  of  June  6,  file  12,424,  I  beg  to  report  on 
work  done  on  District  "  E  "  during  the  fiscal  year  ending  ^larch  31,  1914. 

CONSTRUCTION. 

This  district  covers  three  contracts:  Contract  No.  17  (100-26  miles),  contract 
No.  18  (75  miles),  and  contract  No.  19  "E"  (19-64  miles).  These  extend  from 
through  Mileage  1233-37.  to  Mileage  1428  01,  approximately. 

Contract  No.  17. — Messrs.  M.  P.  &  J.  T.  Davis,  contractors;  O'Brien,  ^IcDougall 
S:  O'Gorman,  agents.  This  contract  extends  from  district  Mileage  60-lGO,  actually 
being  100-26  miles. 

Grading  is  87  per  cent  complete,  the  balance  being  trainfill,  one-third  of  which 
goes  to  Pagwachuan  river. 

Tracklaying  is  82  per  cent  complete;  main  line  laid,  100-26  miles;  sidings,  12-95 
miles;  bahmce  to  lay,  8  miles  in  Grant  division  yard. 

Ballasting  is  48  04  -per  cent  complete;  all  main  line  has  first  lift,  and  part  of  it 
second  lift. 

Culverts  and  small  waterways,  94  per  cent  complete;  all  concrete  work  is 
Snishetl,  balance  being  corrugated  pipes. 

Permanent  bridge  substructures,  97  per  cent  complete;  all  concrete  work  is 
■finished. 

Water  service  is  40  per  cent  complete;  work  remaining  to  be  done  is  principally 
5n  Grant  division  yard,  which  also  includes  sewerage. 
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Steel  tanks  are  all  erected,  100  per  cent  complete. 
Telegraph  line  is  25  per  cent  complete. 
Grant  engine  house  is  86  per  cent  complete. 
Total  contract  is  S3  per  cent  complete. 

BUILDINGS. 

Buildings  are  68  per  cent  complete. 

Work  remaining  to  be  done  consists  principally  of  train-filling,  approximate!" 
602,000  cubic  yard-,  of  which  275,000  goes  to  Pagwachuan  river  crossing;  ballasting 
173,000  cubic  yards;  telegraph  line,  60  miles;  part  of  Grant  division  yard  water  and 
sewer  service;  some  connections  at  other  water  stations  on  contract;  8  miles  of  track- 
laying  in  Grant  division  yard;  and  concrete  floors,  electric  wiring,  and  plumbing  i:. 
engine  house.  Grant  division  yard,  the  whole  amounting  to  about  $700,000. 

On  buildings,  there  is  still  a  little  less  than  one-third  to  do,  amounting  to  about 
$50,000. 

Contract  No.  IS.—E.  F.  &  G.  E.  Fauquier,  contractors;  Nepigon  Construction 
Co.,  agents.  This  contract,  of  approximately  75  miles,  extends  from  District  Mi\page 
160-235.    Percentage  of  work  done  is  as  follows : — 


Complete. 

Grading  (balance  being  train-fill)   91  percent. 

Tracklaying  '   99 

Ballasting   87 

Culverts  and  small  waterways   99  " 

Bridge  substructures   99  " 

Water  service  (all  steel  tanks  erected)   94 

Telegraph  line   41.19 

Total  contract   94 

Buildings   97-75 


Work  remaining  to  be  done  is  principally  train-fill,  380,000  cubic  yards;  ballast- 
ing, 32,000  cubic  yards;  and  sundry  small  items,  amounting  altogether  to  abo::t 
$280,000. 

Buildings,  about  $6,000  will  complete. 

Contract  No.  19. — O'Brien,  Fowler  &  McDougall  Bros.,  contractors.  This  con- 
tract, of  19-04:  miles,  extends  from  District  Mileage  235  to  254-64.  Percentage  :f 
work  done  is  as  follows : — 

Complete. 


Grading   99  per  cent. 

Tracklaying     (consisting    of    19-64    miles    main    line  and 

9.9  miles  of  sidings)   100  " 

Ballasting   98 

Culverts   98 

Water  service  (70,000  gallons  steel  tank  at  Armstrong  division 

yard  erected )   91 

Telegraph  line   99 

Engine  house   98  " 

Total  contract   96 

Buildings   90  " 


Work  remaining  to  be  done  consists  of  sundry  items,  amounting  to  about  $15,C^<1'C. 
Buildings,  about  $2,000  will  finish. 

GENERAL. 

Tracklaying  on  the  main  line  was  finished  in  1912,  with  the  exception  of  some 
main  line  sidings  and  sidings  in  division  yards. 

Ballasting  and  train-filling  went  on  very  slowly  last  year,  partly  owing  to  the  lat-e 
spring. 
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There  were  also  a  number  of  sink  holes  developed,  particularly  at  Mile  117  and 
Mile  167,  which  took  a  great  deal  of  material,  thus  naturally  delaying  other  work. 
These  are  now  up  to  grade,  and,  I  expect,  will  continue  so. 

All  concrete  culverts  and  bridge  substructures  are  now  finished. 

All  the  large  steel  bridges  and  viaducts  are  now  erected,  but  there  are  still  some 
-eight  small  girder  spans  to  be  placed.    This  will  be  done  this  coming  summer. 

The  water  service  is  practically  completed,  except  at  Grant  division  yard,  and  the 
•connecting  of  pipe  lines  with  tanks  at  water  stations. 

The  telegra]ih  line  on  the  district  is  very  backward.  This  was  owing  to  labour 
conditions  on  contract  No.  17,  and  to  the  wreck  of  contractor's  tug  on  lake  Xipigon, 
lay  which  telegraph  poles  were  brought  from  the  south  end  of  the  lake,  thus  making 
delivery  of  same  impossible  for  last  year  on  contract  18. 

Buildings  include  station  buildings,  trainmen's  houses,  icehouses,  storehouses, 
section  houses,  tool  houses,  and  freight  sheds;  and  are  about  completed  on  tliis  district, 
with  the  exception  of  some  small  stations  which  are  under  way. 

The  percentage  of  work  done  on  tlie  whole  district  is  nliout  S7  jicr  cent  of  the  total, 
and  my  opinion  is  that  nil  W(irk  on  the  general  nnd  uthcr  contracts  will  be  tinishcd  by 
November  oO,  1914. 

#  STAFF. 

Our  district  office  was  moved  from  Hearst  to  Cochrane,  in  Xuvcmbi'r,  and  occu- 
pies the  same  building  as  District  C-D,"  thus  making  it  more  convenient,  as  well  as 
economical. 

Several  Residencies  are  totally  closed,  and  the  remaining  staffs  wei-e  reduced  for 
the  winter  months.  The  balance  of  the  field  staffs  are  employed  in  clearing  oif  all 
office  work  ready  for  spring. 

CASUALTIES. 

One  of  our  ballast  inspectors,  Mr.  John  Gibson,  was  killed  by  falling  off  ballast 
train  on  September -8;  cause  unknown. 

Medical  and  police  service  has  been  satisfactory. 

Yours  truly, 

T.  S.  ARMSTRONG, 

District  Engineer. 


REPORT  OF  DISTRICT  ENGINEER— DISTRICT  "  F." 

St.  Boniface,  ^NIax.,  June  17,  1914. 

Gordon  Grant.  Esq., 

Chief  Engineer, 
Ottawa. 

Sir, —  I  beg  to  report  on  the  progress  of  work  on  District  "  F  "  for  fiscal  year 
ending  March  31,  1914. 

The  uncompleted  portions  of  the  different  contracts  on  this  district  remain  the 
same  as  at  date  of  my  interim  report  to  December  01.  1013,  no  work  having  been  done 
during  the  winter  months. 

Following  is  a  list  of  unfinished  contracts,  all  of  which  it  is  expected  will  be  com- 
pleted during  the  coming  summer: — 

Contract  21. — Laying  of  approximately  15  miles  of  track  and  50,000  cubic  yards 
fiUing  in  Transcona  yard;  completion  of  yard  layout  at  Redditt. 
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Contract  21A. — Filling-  around  Transcona  shops,  approximately  45,000  cubic  yards 
remaining  to  be  done. 

Final  estimate  has  been  given  contractor  J.  D.  Mc Arthur,  on  both  above  contracts, 
Avork  to  be  completed  by  the  Grand  Trunk  Pacific  railway. 

Contract  72F. — Station  buildings,  99  per  cent  completed.  Extension  to  water 
and  sewerage  systems  at  Kedditt  and  Graham.  Laying  of  eight  additional  tracks  in 
Graham  yard.  Laying  guard  rails  on  Red  river  bridge  and  approaches.  Completion 
of  section  house  near  crossing,  Dundee  branch,  Canadian  Xorthorn  railway,  Trans- 
cona. 

All  of  the  foregoing,  with  the  exception  of  contract  72F,  to  be  dcuie  by  the  Grand 
Trunk  Pacific  railway. 

Yours  truly, 

M.  C.  :\[ACFARLAXE. 

District  Engineer. 


REPORT  OF  BRIDGE  ENGmEER. 

Ottawa.  .Tune  2(5,  1914. 

GoRDox  Grant,  Esq., 

Chief  Engineer. 

Sir, — In  reply  to  your  letter  of  6th  instant,  file  12,  424,  I  hand  you  herewith,  in 
quadrujilicate,  our  annual  statement  of  the  amounts  paid  on  account  of  steel  bridges 
to  March  31,  1914. 

Your  very  truly, 

R.  F.  UNIACKE, 

Bridge  Engineer. 
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PvEPOET  OF  WORK  DONE  IX  THE  MECHANICAL  DEPARTMENT  FROM 

MARCH  31,  1913,  TO  MARCH  31,  1914. 

Ottawa,  Oxt.,  June  10,  1914. 

GtdjDox  Grant,  Esq.,  C.E., 
Chief  Engineer. 

Sir, — I  have  the  honour  to  submit  the  following  report  of  the  work  done  in  the 
mechanical  department  of  the  National  Transcontinental  railway,  for  the  period 
extending  from  31st  INfarch.  1913,  to  31st  March,  1914. 

TRAXSCOXA  LOCOMOTIVE  SHOPS. 

The  buildings  comprising  the  locomotive  shops  of  the  National  Transcontinental 
railway  were  completed  in  1912,  with  the  exception  of  a  few  minor  details  which  have 
been  completed  this  year.  The  locomotive  plant  has  been  used  by  the  Grand  Trunk 
Pacific  since  13th  January,  1913. 

TRAXSCOXA  CAR  SHOPS. 

The  car  department  plant  was  begun  in  August,  1911.  It  consists  of  the  freight 
car  shop,  east  and  west  coach  shop,  coach  paint  shop,  planing  mill,  wheel  and  machine 
shop,  paint  storehouse,  car  department  offices,  lumber  shed,  and  dry  kiln.  The 
motive  power  offices  were  also  included  in  this  contract  (23-F),  Messrs.  Haney, 
Quinlan  &  Robertson,  contractors. 

About  9.5  per  cent  of  the  work  required  to  put  the  car  shops  on  a  regularly 
operating  basis  has  already  been  completed,-  and  the  remaining  work,  while  certainly 
important,  will  not  consume  any  very  great  amount  of  time. 

The  east  and  west  coach  shops,  with  transfer  table  between,  are  80  per  cent  ready 
for  occupation.  The  hydraulic  lifts,  or  elevators,  one  in  each  building,  are  in  working 
order,  and  the  transfer-table  has  been  built  and  is  in  place  in  the  transfer-table  pit. 
It  will  be  ready  to  operate  when  electrically  connected  to  the  power  system. 

All  electric  lights,  motors,  telephones,  and  transformers  have  been  purchased 
and  all  are  practically  delivered,  and  the  contractor  who  has  the  wiring  to  do  is  on 
the  ground  and  the  work  is  well  advanced. 

The  freight  car  shop  is  built  and  the  foundations  and  floor  have  been  completed. 
The  placing  of  the  machines  in  the  steel  car  bay  is  well  under  way,  and  the  machines 
will  shortly  be  ready  for  operation.  The  industrial  tracks  are  laid  in  the  shops,  but 
are  not  fully  completed  in  tlie  yard.  The  rest  of  this  shop  is  devoted  to  the  repairs 
of  ordinary  wooden  freight  cars,  and  is  ready  for  occupation. 

The  lumber  shed,  the  coach  paint  shop,  and  the  paint  storehouse,  are  completed. 
The  wiring  conduits  are  all  in  place,  and,  when  wired  for  lighting,  these  shops  will 
be  ready  for  occupation.  This  work  is  being  steadily  proceeded  with.  The  car 
department  offices  are  occupied  by  the  Grand  Trunk  Pacific.  The  dry  kiln  is  com- 
pleted, and  can  be  used  at  any  time.  The  planing-mill  is  so  far  completed  that  the 
foundations  for  the  machine  tools  are  in  place,  and  the  floors  laid.  These  tools  are 
ordered,  and  practically  all  of  them  are  on  the  ground  ready  for  installation.  The 
wheel  and  machine  shop  is  completed;  the  machine  tools  are  installed,  and  the  shop, 
when  electrical  connections  are  made,  will  be  ready  for  use. 

The  midway  pipe  tunnel  has  been  extended  the  entire  length  of  the  midway,  and 
now  serves  both  the  locomotive  and  ear  department  shops.  This  tunnel  contains  the 
supply  and  exhaust  steam  pipe  system,  also  that  for  compressed  air,  and  the  electric 
cables, 
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The  car  department  sewer  system  has  been  connected  with  that  of  the  locomotive 
plant,  and  this  is  also  true  of  the  fire  protection  si^stem  and  the  drinking  water 
supply.  In  this  way  the  whole  Transcona  plant  becomes  a  unit  as  far  as  the  general 
service  items  are  concerned. 

The  contract  for  what  has  been  called  the  "  additional  buildings  "  at  Transcona, 
has  not  yet  been  awarded.  These  buildings  are,  the  coach  supply  house  and  a 
heating  boiler  for  this  shop,  the  storm  sash  stores  building,  and  wheel  drop-pit.  The 
matter  is  still  under  consideration. 

NAT10N.4I.    TRANSCOKTINEXTAL    IfAILWAY  ROUNDHOUSES. 

No.  4,  Armstrong,  Ont. — This  is  a  twelve-stall  roundhouse,  and  is  now  practically 
finished.  The  heating  system  is  nearing  completion,  and  the  boilers  have  been 
delivered  and  will  soon  be  installed.  The  turntable  is  in  place,  but  the  tractor  has 
not  yet  been  applied.  The  air  compressor,  engine  and  generator  have  still  to  be 
erected,  but  they  are  on  the  ground.  No  yard  wiring  has  yet  been  done,  but  the 
material  has  been  purchased,  and  is  on  the  ground  ready  for  installation.  The  coaling 
plant  has  been  installed.  The  buildings  ready  for  use  at  this  divisional  point  are: 
the  storehouse,  station,  freight  shed,  bunhhonse,  icehouse,  two  section  houses,  and 
two  toolhouses. 

No.  b,  Grant,  Ont. — Here  there  is  a  twelve-stall  roundhouse  with  machine  shop 
attached.  Ground  was  broken  at  this  point  on  July  1,  1913.  All  the  wiring  has  been 
arranged  for,  and  the  air  compressor,  electric  generator,  and  engine  have  been 
purchased.  The  boilers  have  also  been  purchased,  and  all  will  be  installed  when  the 
foundations  are  ready.  The  walls  have  been  erected,  but  the  roof  is  not  on  yet. 
Altogether,  approximately  75  per  cent  of  the  entire  work  required  at  and  about  this 
roundhouse,  has  been  completed.  The  interior  work  has  been  started  and  is  being 
diligently  pushed  forward.  About  95  per  cent  of  the  station  building  is  completed. 
Three-cjuarters  of  the  water  tank  work  is  done.  The  bunk-house,  icehouse,  store- 
house, section  house,  tool  house,  and  freight  house  ai"e  very  nearly  completed. 

The  transmission  line  is  not  yet  ready.  The  roundhouse  piping  is  more  than 
half  done ;  while  the  yard  tracks,  water  and  sewage  .systems  will  very  shortly  be 
finished. 

No.  6,  llearsl.  Ont. — This  is  a  twelve-stall  roundhouse  without  machine  shop. 
The  building  has  been  completed  and  the  boilers  installed.  The  pumps  are  not  yet 
in  place,  but  the  piping  in  the  boiler,  pump,  and  engine-room  is  being  put  in.  The 
air  compressor  and  electric  generator  with  engine  have  not  been  installed  yet,  and 
the  necessary  piping,  of  course,  is  not  yet  in,  hut  all  the  rest  of  the  piping  is  in 
place.  The  heater-fan,  coils,  and  engine  are  ready  for  use.  The  steel  tank  is  finished. 
The  turntable  is  in  place,  but  the  tractor  has  not  yet  been  installed.  The  coaling 
plant  is  finished.  The  yard  wiring  work  has  been  started.  The  cinder  hoist  is  not 
yet  ready.  'I'hc  following  buildings  can  be  occupied  at  Hearst,  viz.,  storehouse, 
bunk-house,  two  section  houses,  freight  shed,  the  station,  and  the  icehouse. 

No.  7.  Cochrane,  Ont. — At  this  point  there  is  an  18-stall  roundhouse  with  machine 
shop  attached,  all  of  which  is  completed. 

No.  S,  O'Brien,  Que. — A  twelve-stall  roundhouse  without  machine  shop,  has  been 
built  here.  The  condition  of  this  roundhouse  is  as  follows,  viz:  the  walls,  roof,  doors, 
and  windows  are  all  erected,  but  the  drop-pit  is  not  yet  in.  On  the  whole,  about  75 
per  cent  of  the  work  required  at  this  divisional  point  has  been  completed.  The  boilers 
and  air  compressor  arc  purchased,  and  the  engine  and  generator  are  on  the  ground. 
The  work  on  the  cinder  hoist  and  water  tank  is  about  half  done.    The  station  building 
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is  well  advanced  and  so  are  the  freight  hou^e,  the  bunk-house,  icehouse,  and  storehouse. 
The  tool  house  work  is  about  half  done,  and  the  section  house  is  completed.  The  yard 
tracks  are  almost  completed  and  the  water  and  sewer  systems  are  under  way. 

Xo.  9.  Doucei,  Que — This  will  be  a  twelve-stall  roundhouse,  without  machine 
shop.  Tenders  were  called  for  but  were  received  too  late  to  bavc^  the  work  completed 
last  summer.  Most  of  the  material  is  now  on  the  ground  and  instructions  have  been 
issued  to  have  the  work  finished  this  year. 

Xo.  10.  Parent,  Que. — Here  there  is  a  twelve-stall  roundhouse  with  machine  shop. 
The  roundhouse  has  been  built,  and  the  engine  and  electric  generator  and  switchboard 
have  been  erected,  and  the  air  compressor  is  now  being  placed.  The  water  tank  is 
erected,  but  as  yet  no  permanent  connection  for  water  to  tank  lias  been  made.  The 
boiler  and  engine-room  piping  is  not  yet  finished,  but  the  foundations  for  the  boilers 
and  pumps  are  in.  The  fan,  engine  and  heater  piping  arc  in,  and  the  ])lumbing  is 
all  done.  The  turntable  is  in  place,  but  the  tractor  has  yet  to  come.  The  machine 
tool  wiring  is  about  to  be  started  and  the  yard  wiring  will  be  begun  shortly.  Tlie  coal- 
ing plant  contract  has  been  let.  There  is  as  yet  no  yard  drainage.  The  standpii)e  is 
not  up.  The  station,  bunk-house,  storehovise,  icehouse,  section  house,  and  freight 
shed  are  nearly  finished.  The  machine  tools  are  on  the  ground  but  have  not  been 
installed  yet.  The  roundhouse  wiring  is  i)ractically  done  and  the  piping,  except  for 
the  boiler,  engine,  and  putiiji-room.  is  completed.'   The  cinder  hoist  is  up. 

Xo.  11.  Fitzpaii  ivli.  Que. — At  this  station  there  is  a  twelve-stall  roundhouse  with- 
out machine  shop.  The  buildings  and  the  heating  plant  are  complete.  The  boiler 
foundations  are  ready  for  the  boilers,  which  are  on  the  ground  though  not  yet  in.  The 
roundhouse  wiring  is  practically  complete.  The  fan  is  in  i)lace  but  the  plaster  par- 
tition between  engine  and  boiler-room  is  yet  to  be  built.  The  engine,  generator,  and 
air  compressor  are  on  the  ground  waiting  for  foundations.  The  piping  is  about 
finished,  except  in  the  pump.  l)oiler,  and  engine-room.  The  turntable,  water  tank,  and 
cinder-pits  are  all  comph^ted.  'I'he  yard  water  system  is  jiot  yet  finished,  and  so  far 
jio  drainage  has  been  provided.  The  coaling  plant  contract  has  been  let.  The  cinder 
hoist  is  not  finished.  The  special  station  at  La  Tuque  is  also  finished,  but  not  wired. 
The  (design  "  D  ")  station,  bunk-house,  icehouse,  storehouse,  section  house  and  tool 
house  have  beeen  complettMl.  The  water  system  and  the  sewer  .•system  have  not  yet 
been  completed. 

Xo.  12,  Bridfie.  Que. — At  this  point,  which  is  near  Quebec  city,  there  is  an 
eighteen-stall  roundhouse  without  machini'  shop.  The  building,  witli  the  exeeption  of 
the  engine  room  for  the  housing  of  the  compressor  and  generating  apparatus,  has  been 
built,  and  the  contract  for  this  addition  to  tlie  l)uilding  has  hecw  awarded  to  Mr.  Jos. 
Gosselin,  of  Point  Levis,  (^ue.  'i'he  r)()-k.w.  generating  unit  has  bi-en  delivenMl  and  is 
rcnuly  for  installation  when  the  engine  room  is  built.  The  air  compressor  is  also  on 
the  groinid.  The  boilers  and  the  boiler  piping  have  not  yet  ])een  begun.  Tlie  boilers 
are  on  the  grouiul.  The  coaling  plant  has  not  been  erected  but  the  contract  has  been 
let.  The  heating  systi-m  is  comi)lete  and  the  turntable  is  in  but  tlie  tractor  has  not 
been  applied.  Tlie  iceliouse,  bunk-house,  storehouse,  section  house,  tool  house,  freight 
house,  and  station  are  finished.  The  yard  water  system  is  fini.shed  but  the  deep  well 
and  equi])ment  has  not  yet  been  begun.  The  cinder  hoist  has  not  yet  been  put  in. 
Tlie  roundhouse  wiring  is  three-(iuarters  done.  Tho  yard  tracks  nre  nliont  half  done 
and  the  sewage  system  almost  completed. 

Xo.  13,  Monli,  Que. — Here  there  is  a  twelve-stall  roundhoii^^e  without  machine 
shop.  The  roundhouse  is  practically  finislied.  The  heater  fan  coils  and  engine  are 
in  place  but  not  piped  up  yet.  The  jjlnmbing  work  is  under  way,  and  will  be  com- 
pleted in  the  near  future.    Thi'  engine,  generator,  air  compressor,  and  receiver,  are 
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on  the  ground  but  have  not  yet  been  erected.  This  is  also  true  of  the  boilers.  The 
roundhouse  wiring  is  almost  completed  and  the  roundhouse  piping  is  three-quarters 
done.  About  40  per  cent  of  the  yard  track  work  is  done,  and  the  water  and  sewer 
systems  are  well  under  way.  The  yard  filling  is  not  yet  completed.  The  turntable  is 
in,  and  the  tractor  has  been  received  but  is  not  yet  in  place.  The  pumps  have  not  been 
installed.  The  cinder  hoist  is  not  erected,  but  this  work  will  be  reached  as  soon  as 
possible.  The  indoor  work  is  being  pushed  ahead  vigorously.  The  contract  for  the 
coaling  plant  is  let.  The  icehouse  is  ready  for  use,  and  the  station,  bunk-house,  section 
house,  tool  house,  and  freight  shed  are  all  finished,  and  the  storehouse  is  practically 
finished.  The  foundations  for  the  equipment  are  now  in.  The  pit-jack  for  the  drop- 
pit  is  on  hand,  but  has  not  yet  been  placed.    The  boilers  are  being  installed. 

No.  IJf.,  Edmundston,  N.B.—Wexo.  there  is  a  twelve-stall  roundhouse  with  machine 
shop  attached.  This  roundhouse  has  been  in  service  for  over  a  year.  The  piping  to 
the  generator  engine  and  air  compressor  has  been  completed.  The  cinder  hoist  has 
been  installed,  and  so  has  the  coaling  plant,  which  has  been  tested.  The  turntable  is 
in  place,  and  the  tractor  has  been  instaled  and  piped.  The  machine  tools  have  been 
erected  and  wired,  and  are  ready  for  operation.  The  transmission  line  has  been 
completed.  The  roundhouse  lighting  has  been  completed.  The  yard,  water  and 
•drainage  systems  have  been  completed.  The  freight  shed,  storehouse,  icehouse,  bunk- 
hovise,  and  the  station  buildings  have  been  completed. 

No.  15,  Napadogan,  N.B. — At  this  point  there  is  a  twelve-stall  roundhouse  with 
machine  shop.  The  boilers  have  been  used  for  about  a  year.  The  air  compressor 
and  receiver  are  erected,  also  the  electric  generator  with  engine,  and  the  switchboard. 
The  engine-room  piping  is  well  under  way.  The  floors  in  the  machine  shop  are 
finished.  The  machine  tools  in  the  machine  shop  are  erected,  and  the  wiring  is  almost 
completed.    The  icehouse  is  ready  for  use. 

The  yard  poles  carrying  the  transmission  line  and  connections  are  completed. 
The  air  tractor  and  turntable  are  installed  and  the  tractor  is  piped  up.  The  piping 
to  the  generator  and  air  eompressoi'  has  yet  to  be  put  in.  The  coaling  plant  has  been 
completed  and  tested.  The  water  tank  is  in  place.  The  sewer  system  has  been  com- 
pleted. The  cinder  hoist  is  complete.  The  rovidhouse  lighting  system  is  complete. 
The  track  scales  are  in.  The  station  and  bunk-house  are  completed,  and  so  is  the 
freight  house. 

No.  16,  Moncton,  N.B. — There  is  a  twelve-stall  roundhouse  here,  with  machine 
ehop.  The  building  is  up  and  the  machine  tools,  except  power  hammers,  are  all 
installed  and  the  wiring  is  completed.  The  boilers  are  in  and  partially  piped.  The 
•pump  is  in  place  and  piping  very  nearly  finished.  The  jib-crane  is  set  up  in  place. 
The  air  compressor  is  installed  and  the  piping  finished.  Pipe  covering,  except  for 
boiler  and  engine-room,  has  been  completed.  The  flooring  in  the  machine  shop  is 
completed.  The  engine,  generator,  and  switchboard  are  completed.  The  roundhouse 
lighting  is  completed  and  the  coaling  plant  is  erected.  The  ash  pits  are  in  place  and 
the  cinder  hoist  is  erected  and  air  connection  to  it  will  soon  be  made.  The  trans- 
mission line  is  completed.  The  yard  water  system  is  partially  completed,  but  without 
town  supply  connection,  as  yet.  The  drainage  system  for  the  yard  is  conipleted,  and 
the  standpipe  has  been  set  up.  The  turntable  is  in  working  order  and  the  tractor 
set  up.  The  icehouse  is  built,  and  so  is  the  storehouse.  The  track  scales  are  in  and 
the  yard  tracks  are  almost  completed. 

In  conclusion  I  may  say  that  I  anticipate  that  the  work  on  all  the  roundhouses 
will  be  completed,  and  that  they  will  he  ready  for  operating  this  year. 
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THE  LEONARD  LOCOMOTIAE  AND  CAU  SHOPS  AT  ST.  MALO^  QUEBEC. 

Oh  October  8,  1913,  the  contract  for  tlie  Leonard  locomotive  and  car  sliops  of 
the  National  Transcontinental  railway  was  let  to  Mr.  Joseph  Gosseliu,  of  Point 
Levis,  Que.    By  the  close  of  1913,  the  work  was  fully  in  progress. 

The  foundations  for  the  locomotive,  boiler,  and  tank  shops  have  been  completed. 
The  foundations  for  the  forge  shop  are  also  finished.  About  TO  per  cent  of  the  store- 
house foundations  have  been  built.  About  80  per  cent  of  the  oilhouse,  and  about 
90  per  cent  of  the  foundations  for  the  power-house  have  been  finished.  About  70 
per  cent  of  the  excavation  for  the  reservoir  foundation  has  been  done. 

The  work  of  excavating  for  the  other  buildings  has  been  so  far  pushed  ahead 
that  about  65  per  cent  of  the  excavation  for  the  sewer  system  had  been  done.  The 
foundation  for  the  office  building  is  all  in.  About  85  per  cent  of  the  excavation  for 
'the  freight  car  shop  has  been  done,  and  the  lumber  shed  foundations  are  finished. 
The  planing  mill  excavation  is  about  40  per  cent  done.  The  water  piping  system 
has  been  begun  and  might  approximately  be  represented  by  about  3  per  cent. 

Considering  all  the  circumstances,  one  may  fairly  say  that  the  work  has  pro- 
gressed, and  is  progressing,  in  a  most  satisfactory  manner. 

Yours  truly, 

W.  J.  PEESS, 

Mech anical  En ginee r. 


Statement  of  Expenditure  for  the  Fiscal  Year  ended  March  31,  1914. 

Cheques  Issued. 


iyi3 

April  

May   

June  . .  . . 

•Tuly  

August . . . . 
September . 
October. . . 
Xov  ember. 
December 


1914. 

•Tanuary . . 
February 
March  . . 
April  ... 


Year. 


Contracts . 


277,204  62 
703,(;3O  (>4 

1,0!I0.787  ')2 
02(5,919  19 
991,411  65 

1,164,631  59 
S65,933  76 
856,883  ()l 


490,872  15 
211,847  05 
244,984  46 
258,412  79 


8,083,579  13 


Accounts 
Payable. 


§  ct?. 

149,084  79 
409,268  17 
455,4.59  18 
96,917  98 
614,684  16 
262,228  78 
288,753  .57 
237,283  10 
460,597  09 


.S74,099  63 

347,643  11 

243,574  10 

125,781  07 


4,065,374  73 


Pay  Roll.s. 


>  cts. 

18,290  99 
60,284  94 
65,030  70 
()4,471  0.? 
64,494  57 
65,173  33 
64,531  4S 
58,886  10 
55,816  52 


46,084  96 

42,222  78 

45,  ,506  22 

25,973  25 


(i76,766  87 


Summary. 

Cheques  issued  for  Contracts   !S8,083,579  13 

M  M        II    Account  payable   4,065,374  73 

II  11        IP    Pay  rolls   676,766  87 

12,825,720  73 

Le.ss  amount  deposited  to  the  credit  of  the  Receiver  ( Jencral   141,057  57 

Total  e.xpenditures  12,684,663  16 

E.  L.  PARENT, 

Acting  Accountant. 
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State^jent  of  Exi'KNniTUUE  for  tlic  Fiscal  Year  ended  March  31,  1014. 

Heatliiuaiters  3       172,068  60 

District  "A" — Construct -on  .$       426,811  66 

"  B  ••—        ■•    5,826,176  82 

"  C  ••—        "    1,256,250  91 

"D" —        "    1,187,121  IS 

"E" —        "    2,580,654  84 

"  F  " —        "    1,229,714  73 

 ?  12,503,730  14 

District  "B" — Transport  $  2,102  75 

"  C  •• —       "    1,030  21 

"  D  " —        "    454  00.  / 

"E" —    2,277  46 

—   5,864  42 

$  12,684,663  16 


K.  L.  PAREXT, 

Acting  Accountant. 


Statk:ment  of  Expexditure  for  the  Fiscal  Year  ended  March  31,  1914. 

Headquauters. 

Dr.  Cr. 

Accounting   Department  %  19.312  98 

Purchasing  Department   17,879  65 

Commissioners'  Department   11,500  00 

Engineering  Department   59,655  18 

Interim  Account     $       7,000  00 

Supplies   2.973  23 

Furniture  and  fixtures     162  44 

Freight  and  express   567  09 

Telegraph  and  telephone   2,254  44 

Rent  and  taxes   13,452  61 

Insurance   46222 

Travelling  expenses   6,413  37 

Advances   1,800  00 

Right  of  way  and  station  grounds   6,827  82 

General  expenses   30,730  20 

Per  diem  charges     1,948  28 

Legal  expenses   6,164  1,S 

^'^tock   '   3,154  27 

Car    "Empire"   2,267  02 

Car  "  Transcona  "   2,073  60 

$  184,333  59        %      12,264  99 

Less  Credits   12,264  99 

Total  $  172,068  60 


F.  F.  PARENT. 

Acting  Accountant. 
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Statement  of  Expexpiture  for  the  Fisccd  Year  ended  March  31,  1914. 

District  "  A." 

Dr.  Cr. 

Supplies     ?         133  49 

Camp  outfit  $  IS  9.5 

General  expenses   4,626  90 

Freight  and   express   27S  23 

Engineering   13,822  93 

Instruments  ■     561  00 

Insurance   3,259  68 

Grading   1.414  78 

Clearing   378  48 

Grubbing   1,637  00 

Overhaul   1. ■5,421  81 

Ties   5,280  34 

Track  laying  and  surfacing   3,284  99 

Fencing  right  of  way   1,093  92 

Crossings,  cattle-guards  and  signs     522  73 

Telegraph  lines   1,228  07 

Interlocking  and  signals   146  29 

Ballast  and  ballasting   20,607  IS 

Water  stations   12,646  56 

Rails     36.342  97 

Track    fastenings     2,494  45 

Frogs  and   switches     1,697  82 

Right  of  way  and  station  grounds   20,359  91 

Station   buildings  and   fixtures   19,294  87 

Miscellaneous  structures   509  05 

Shops,  roundhouses"  and  turntables   99,311  89 

Shop   machinery   and   tools   66,619  01 

Fuel  stations   12,385  36 

Yards  and  terminals   3,878  13 

Bridges,  trestles  and  culverts   7.403  6'-' 

Rent     ■     203  19 

Time  cheques   221  20 

Contract   reserve   153,663  16 

'Furniture     25  00 


$    468,792  31        $      41,980  65 
Less    Credits   41,980  65 


Total  $    426,811  66 


E.  L.  PAFIEXT, 

Acting  Accourilant. 


40 


TRA^^f^COXTINENTAL  nAILWAY  COMMISSIOyERS 


5  GEORGE  v.,  A.  1915 


Statement  of  Expenditure  for  the  Fiscal  Year  ended  March  31,  1914. 

DISTRICT  "  B." 

Dr.  Cr. 

Supplies   15,873  66 

Camp  outfit   1,024  05 

General  expenses   37,518  50 

Freight  and  express   6,207  94 

Medical  services   26  S 7 

Engineering   162,277  55 

Instruments     55750 

Insurance   1,5001 5 

Transport   2,102  75 

Grading   1,551,288  25 

Clearing   20,557  76 

Grubbing   17,525  34 

Overhaul   46,251  21 

Ties   57,630  84 

Track  laying  and  surfacing   57,814  81 

Fencing  right  of  way   26,826  18 

Crossings,  cattle-guards  and  signs   10,701  79 

Tunnels   2,270  65 

Telegraph  lines   21,037  88 

Interlocking  and  sig-nals   12,310  40 

Ballast  and  ballasting   250,609  55 

Water  stations  •   145,403  42 

Rails   319,230  70 

Track  fastenings   33,608  38 

Frogs  and  switches   16,708  97 

Right  of  way  and  station  grounds   104,054  26 

Station  buildings  and  fixtures   214,879  15' 

Miscellaneous  structures   19,550  15 

Shops,  roundhouses  and  turntables   120,686  90 

Shop  machinery  and  tools   54,240  92 

Fuel  stations   1,834  60 

Yards  and  terminals   757,079  84 

Joint  terminals  in  Quebec   201,422  45 

Floating  equipment   455,841  11 

Docks  and  wharves   240,481  71 

Bridges,  trestles  and  culverts   213,903  56 

Rent     2,662  12 

Operation   34,000  00 

Time  cheques   60  30 

Contract  reserve   127,034  19 

Furniture   24  80 

Leonard  shops   470,097  65 


$5,831,499  19        5       3,219  62 
Less  Credits   3,219  62 

Total  $5,828,279  57 


E.  L.  PARENT, 

Acting  Accountant. 


AXXL'AL  ItEPORT 


SESSIONAL  PAPER  No.  37 


Statkmext  of  Expenditure  for  tlie  Fiscal  Year  ended  ^lareh  oJ,  1914. 

DISTRICT  "  C." 

Dr.  *  Cr. 

Supplies  $  16,42S  85 

Camp  outfit   76927 

General  expenses   9,871  11 

Freight  and  express   2,814  12 

Medical  service   2  75 

Engineering-   56,834  35 

Instruments     $         141  85 

Insurance   463  54 

Transport   1,03021 

Frogs  and  switches   3,299  73 

Grading   355,181  14 

Clearing     13,696  80 

Grubbing   10,393  91 

Overhaul   49,331  59 

Ties   23,360  90 

Track  laying  and  surfacing   25,884  10 

Telegraph  lines   16,441  80 

Ballast  and  ballasting   60,431  83 

Water  stations   19,408  53  '  ' 

Rails   1,274  51 

Track  fastenings   7,207  37 

Miscellaneous  structures   18,988  18 

Station  buildings  and  fixtures   79,988  24 

Shops,  roundhouses  and  turntables   57,004  09 

Shop  machinery  and  tools   485  20 

Fuel  stations   1,987  63 

Yards  and  terminals   38  25 

Bridges,  trestles  and  culverts   445,652  27 

Time  cheques   201  15 

Contract  reserve     21,048  45 


$1,278,471  42        %     21,190  30 
Less    Credits   21,190  30 


Total  .n, 257, 281  1^ 


E.  L.  PARENT, 

Acting  Accountant. 
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Statkmext  of  ExpEXDiTrRE  fov  the  Fiscal  Year  oiulcd  March  "1,  1914. 

DISTRICT  "D." 

Dr.  Cr. 

Supplies  «  10.361  41 

Camp  outfit   222  12 

General   expenses   11,548  ^2 

Freight  and  express   3,363  22 

Medical  service   10  50 

Engineering   59,976  78 

Instruments     $       ■  151  40 

Insurance   2,548  32 

Transport   454  00 

Grading   367,142  79 

Clearing   14,723  12 

Grubbing     2,021  38 

Overhaul   3  2,741  95 

Ties     18.158  02 

Track  laying  and  surfacing   11.855  62 

Crossings,   cattle-guards   and   signs   810  75 

Telegraph  lines   13,392  75 

Interlocking  and  signals   169  97 

Ballast  and  ballasting   77,328  53 

Water  stations     11,005  23 

Rails   32,378  12 

Track  fastenings   2,817  36 

Frogs  and  svvitche.«   992  91 

Right  of  way  and  station  grounds   329  05 

Station  buildings  and  fixtures   78,127  81 

Miscellaneous  structures   5,873  65 

Shops,  roundhouses  and  turntables   13,849  75 

Shop  machinery  and  tools   26,795  16 

Fuel    stations   2,072  45 

Yards  and  terminals   57,825  88 

Bridges,  trestles  and  culverts   116,552  85 

Rent     324  77 

Operation   71,049  11 

Time  cheques   41  85  • 

Contract   reserve   203,879  88 


$1,219,235  98        $      31,660  80 
Less  Credits   31,660  80 


Total  $1,187,575  IS 


E.  L.  PARENT, 

Acting  Accountant. 
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Statkmknt  of  F.MMCXDiTruF,  for  tlu'  Fiscul  Vpiir  cikIocI  ^fan-li  31,  li)14. 


DISTRICT   ••  E." 


Supplies  $ 

Camp  outfit  

General  expenses  

Freight    and  express  

Engineering  

Insurance  

Transport  

Grading  1,0S6.S72 

ClearinfA'  

Grubbing  

Overhaul  

Ties  

Track  laying  and  surfacing  

Tunnels  .  .  

Telegraph  lines  

Ballast  and  ballasting  

Water  stations  

Rails  

Track  fastenings  

Frogs  and  switches  

Right  of  way  and  station  grounds  

Station  buildings  and  fixtures  

Miscellaneous  structures  

Shops,  roundhouses  and  turntables  

Shop  machinery  and  tools  

Fuel  stations  

Yards  and  terminals  

Bridges,  trestles  and  culverts  

Rent     $  94  35 

Time  cheques     13  66 

Contract  reserve     54,205  12 

Furniture   9  65 


i9,4fir> 

71 

240 

14 

13.60.3 

78 

1,.221 

32 

63.661 

88 

1,003 

58 

2,277 

4G 

1  0S6,S72 

67 

10,40S 

31 

6,572 

65 

11,166 

24 

20,938 

35 

6,797 

85 

114 

00 

11,515 

34 

173,109 

78 

67,041 

61 

1,755 

32 

32 

21 

IS 

02 

25 

00 

153,034 

27 

21,264 

50 

119,112 

52 

20,680 

54 

24,123 

02 

2,181 

49 

798,997 

22 

Or. 


.$2,637,245  43        $      54,313  13 
Less  Credits   54,313  13 


Total  ,  $2,582,932  30 


K.  T>.  PARENT, 

Acting  Accountant, 
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Statement  of  Expenditure  for  the  fiscal  year  ended  March  31,  IDli. 


DISTRICT  "F. 


Dr.  Cr. 


Legal  expenses  $  585 

Supplies   6,263  62 

Camp  outfit     ?         149  20 

General  expenses   12.414  29 

Freight  and  express   1,23S5S 

Medical  service   20  00 

Engineering   52,93664 

Instruments     97  00 

Insurance   7,861  53 

Grading   111,927  47 

Clearing   1.814  36 

Grubbing   1.514  91 

Overhaul   4,534  64 

Ties     5,923  44 

Track  laying  and  surfacing   3,07230 

Crossings,  cattle-guards  and  signs     140  00 

Telegraph   lines   17,777  74 

Interlocking    and    signals   6,700  00 

Ballast  and  ballasting   27,521  00 

Water  stations   22,SSS  23 

Rails     1.1-10  66 

Track  fastenings   831  06 

Frogs  and  switches   S75  56 

Right  of  way  and  station  grounds   49,614  07 

Station  buildings  and  fixtures   20,376  77 

Miscellaneous  structures   2,57454 

Shops,  roundhouses  and  turntables   322,174  80 

Shop  machinery  and  tools   283,928  90 

Fuel  stations   11,269  43 

Yards  and  terminals     239,033  86 

Bridges,  trestles  and  culverts   33,086  49 

Operation   672  86 

Time  cheques     341  75 

Contract  reserve   153,554  20 

Furniture     15  00 

Rent,  Winnipeg  terminals   192,500  00 

Interest,  Winnipeg  terminals   126,605  80 


$1,4"6,555  64        $    246,840  91 
Less  Credits.   246,840  91 


Acting  A ccoun tant. 
E.  L.  PARENT, 


AXyiAL  REPORT 
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SESSIONAL  PAPER  No.  37 


Statement  of  Liabilities  on  March  31,  1914. 

Ten  per  cent  reserved  on  contracts  : — 

District  "A"  I  14.830  81 

"  B  "    476,769  94 

"C"  .     ..     ..   223,214  16 

"  r>  '•  .    .  .   89,462  23 

"E".  .   340,798  69 

"  p  ••  '  '    210,395  49 

  n,3 

Outstanding  time  cheques  

Interim  account  

Contingent  liabilities — 

Unclaimed   cheques   deposited   to   the  credit   of   the  Receiver 
General.  .  .  


55,471  32 
1,140  55 
7,000  00 


1,359  75 


$1,364,971  62 


E.  L.  PAEENT, 

Acting  Accountant. 


State:mext  of  Expenditure  from  September,  1904,  to  ]\Iarch  31,  1914. 

Cheques  Issued. 


Year . 


Year  1904-05. 

1905-  06.. 

1906-  07. . 

1907-  08. . 
1908  09. . 

1909-  10. 

1910-  11. 

1911-  12. 

1912-  1.3. 
191.3-14., 


Contracts. 

Accounts 
Payiibli' . 

Pay  Rolls. 

•S  cts. 

cts. 

.   .§  cts. 

51,239  OS 
3,993.640  or. 
15,637,591  05 
21.129,957  36 
16,694.267  68 
18.678,176  31 
15,115,638  77 
10,679,342  09 
8,083,579  13 

385,445  79 
714,771  65 
954,692  38 
2,:M6,786  77 
2,627,644  48 
2,174,8'SO  67 
3,700,007  96 
5,031,187  29 
2,210,270  41 
4,065,374  73 

428,225  66 
761,942  45 
646,924  55 
1.002,535  82 
1,215,423  52 
1,202,445  12 
1.187.151  0!) 
I,0.59,(i30  64 
924,777  13 
676,766  87 
 .  

110,063,431  53 

24,211,062  13 

9,105,822  85 

SL"MM.\RY. 

_  Cheques  issued  for  Contracts  -SI  10,063,431  .").3 

M  „    Accounts  i>avaT>le    24,211,062  13 

M    Payrolls..."   9,105,822  85 


.•S143,.380,316  51 

TiH.s.s  amoimt  deixj.-ited  Ut  tlie  cred't  of  the  Receiver  General   800,692  13 

§142,579,624  38 

Sjjecial  item  paid  by  tlie  Finance  Department,  in  1905,  for  surveys  m.ode 
by  the  Grand  Trunk  Pacific  Railway,  ea.-t  ^f  Winnijjeg  "   352,191  73 

§142,931,816  11 

Cost  of  operation,  district  "  A     for  the  y^aj  1912-13   .36,182  91 

Total  expenditure  .?142,9(i7,999  02 

K.  L.  1- A  KENT, 

Actiti'i  Accouiituiit. 


TRA  XSCOyriNEXTAL  RAILWAY  COMMl.SSlOyERS 


5  GEORGE  v..  A.  1915 


Statement  of  ExPExmTruK  from  Septomher,  100-1,  to  ]\[arcli  31.  1914 — Con. 


From   September,   1904.   to  June   30,   1905  $  778,363  fi3 

For  the  year  ended  June  30,  1906  (including  amount  paid 
by  the  Finance  Department  to  the  Grand  Trunk  Pacific 
Railway  Co.,  for  the  surveys,  east  of  Winnipeg,  taken  over 

by  the  Commissioners,  viz.: — $352,191.73)   1,831,263  50 

For  the  nine  months  ended  March  31,  1907   5,537,867  50 

For  the  year  ended  March  31,  1908   18,910,449  41 

1909   24,892,772  98 

1910   19,968,126  86 

1911   23,487,853  73 

1912   21,110,993  90 

1913    13,729,461  44 

1914   12,684.663  16 


$142,931,8X6  11 

Cost  of  operation.  District  "A,"  for  the  year  1912-13   36,182  91 


Total    expenditure  $142,967,999  02 

I   


E.  L.  PARENT, 

Acting  Accountant. 


Statement  of  Expenditure  from  September,  1904.  to  ^fareh  31,  1914 — Con. 

Headquarters..    .."  $    ]. sin, 947  19 


Location — District 


'  A 
B  ■ 

c  • 

D 
E  • 
F  • 


Construction — District 


304,367 
569,488 
529,261 
446,018 
257,543 
836,648 


85 
50 
SI 
32 
94 
43 


A  •'  $  17,818,311  19 

B  "   47,705,086  7S 

C  "   6,267,026  17 

D  "   16,336,027  56 

E"   9.922,000  45 

F"   39,092,186  51 


Transport — District    "  B  •'  $ 

"C"  

"D"  

"E"  

"F"  


92,698 
330.642 
294,163 
213,935 

99,461 


10 
92 
01 
89 
49 


Cost  of  operation.  District  "A,"  for  the  year  1912-13..  . 


$     2,943,328  85 


$137,1  411,638  66 


1,030,901  41 

$142,931,816  11 

36,182  91 

$142,967,999  02 


E.  L.  PAKENT, 

Acting  Accountant. 


AXyUAL  REPORT 


SESSIONAL  PAPER  No.  37 


Statement  of  Expenditure  from  September,  1904,  to  ^fareli  31,  lOU — Con. 

Headquarters. 

Dr.  Cr. 

Commissioners"   Department  ?  216,605  62 

Accounting   Department   166,537  06 

Engineering  Department   504,378  79  . 

Purchasing  Department   109,052  00 

Stock     $       9,351  60 

Car  "  Empire  "   38,139  30 

Car  "Transcona"   22,939  58 

Supplies  and  stationery   49,370  65 

Furniture   24,891  15 

Freight  and  express                                        .    .  .  14,539  93 

Telegraph  and  telephone   26,684  99 

Rent  and  taxes   106,042  60 

Insurance   17,736  35 

Travelling  expenses   51,670  80 

Advances   2,000  00 

General  expenses   405,362  42 

Right  of  way  and  station  grounds   13,814  38 

Outstanding  wages  and  accounts  payable..    ..    196  48 

L.egal  expenses  ;    ..  50,634  11 

Transport   6,482  15 

Medical  service   6,613  39 

Interim  account..   ...r..  7,000  00 


$1,833,495  27        $     16,548  08 
Less  Credits   16,548  OS 

$1,816,947  19 


E.  L.  PAREis^T, 

Acting  Accountant. 
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TliANSCONTINENTAL  FAILWAY  COMMISSIONERS 


5  GEORGE  v.,  A.  1915 


Statement  of  Expenditure  from  September,  1904,  to  March  31,  1914 — Con. 

DISTRICT  "  A." 

Dr.  ,Cr. 

Legal  expenses  $       2,421  S4 

Supplies   122,816  07 

Camp   outfit   10,517  59 

General  expenses   215,431  06 

Freight  and  express   11,814  46 

Medical  service   804  03 

Engineering   1,007,622  97 

Insurance   5,82438 

Grading   7,585,612  26 

Clearing   158,641  83 

Grubbing   100,186  90 

Overhaul   659,809  84 

Ties   477,434  93 

Track  laying  and  surfacing   165,746  26 

Fencing  right  of  way   130,331  78 

Crossings,  cattle-guards  and  signs   24,566  62 

Tunnels   51,150  71 

Telegraph  lines   74,711  73 

Interlocking  and  signals   21,272  25 

Ballast  and  ballasting   530,747  36 

Water  stations   167,319  79 

Rails   1,492,801  17 

Track  fastenings   226,890  23 

Frogs  and  switches   37,430  29 

Right  of  way  and  station  grounds   541,712  86 

Station  buildings  and  fixtures   181,284  19 

Miscellaneous  structures   33,679  97 

Shops,  roundhouses  and  turntables   278,284  55 

Shop  machinery  and  tools   90,172  82 

Fuel  stations   61,057  44 

Yards  and  terminals   92,765  34 

Bridges,  trestles  and  culverts   3,573,391  79 

Rent     $  203  19 

Contract  reserve     14,830  81 

Furniture   3,457  73 


$18,137,713  04        $     15,034  00 

Less  Credits   15,034  00 

$18,122,679  04 

Cost  of  operation  for  the  year  1912-13   36,182  91 

$18,158,861  95 


E.  L.  PAKENT, 

Acting  Accountaiit. 


Transeontinental  Railway.    Freight  car  shop,  Transcona,  Man. 
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St.\temext  of  ExrKxnrm?!-:  froni  Soptembev.  1901.  to  "March  r,!.  191  I — Covtin 

District  "B." 

Cr. 

T^egal  expense."  

Supplies  

Camp  outfit  

General  expenses  

Freight  and  express  

Medical  service  

Engineerin.sr.  

Insuranop   .  . 

Transport  

Grading-   .  .  . 

Clearing  

Gnibbin.s  -.  .    .  . 

Overhaul  

Ties  , 

Track  laying  and  surfacing-.  . 

Fencing  right  of  waj"  

Crossings,   cattle-guards  and 

Tunnels  

Telegraph  lines  

Interlocking  and  .signals.  .   .  . 

Ballast  and  baliastiug  

Water  stations  

liails   3.118,478 

Track  fastenings  

Frogs  and  switches  

Right  of  way  and  station  S!uut;i!s. 
Station  buildin.gs  and  Jlxturos.  .  . . 

Miscellaneous  structures  

Shops,  roundhouses  and  turntables, 

Shop  machinery  and  tools  

Fuel  stations   .  .  .  .  .  -  .  . 

Yards  and  terminals  

Joint  terminals  in  Quelicc  

Floating  equipment  

Docks  and  wharves . .  .  .■  .  •.  .  .  .  . 
Bridges,  trestles  and  culvert.s.  .  .  . 

Rent     $       2,662  12 

Operation . 

Time  cheques. .     100  45 

Contract  reserve.     476,769  94 

Furniture. .  . . 
Leonard  shops. 


Less  Credits. 


Dr. 

coo 

n  o  A  Q  n  rt 

■J  J  y ,  y  o  y 

A  ^ 
U.I 

.)  U ,  o  .J  1 

1 L 

1  T 

X  i 

A  *> 

4  iL 

^  ,  4r  iS  'i 

A  P 

0  nop  OA/* 

,4  0 

3. ,  0  4 1 

—  .-v 

;>ll 

AO  r  a  0 

1  A 

A  n 

0  0 

inn  n  ^  ,4 
4  'J  U ,  U  0 't 

0  1 

iJ  1 J  D  0  i 

0  c 

.\  '> 

4.5 

A  0 

~.  t  i    0  0  A 

0  A 
.7 

(>  1  0  t  ,1  n 

A  9 

.1  J,Ooa 

On 

"A  A1  K 

A 

27.672 

855,020 

l!i 

260,242 

95 

0    ,1  ^  0    A  ^  0 

92 

'  562,120 

67 

4  7 

1,150,362 

54 

440,679 

79 

68,642 

S3 

402,934 

7S 

93,963 

SO 

1,834 

60 

1,733,319 

15 

201,422 

45 

■156,234 

04 

245,573 

72 

7,623,601 

97 

34,000 

00 

13,771 

75 

470,097 

65 

? 

48,346,805 

89 

479,532 

51 

? 

48,367,273 

3S 

?    479,532  51 


J:.  I..  PARENT, 

.  1  c\  'nu}  A  ccouniaul. 
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TRANSCONTINENTAL  RAILWAY  COMMISSIONERS 

5  GEORGE  v.,  A.'TdlB 


Statement  of  Expenditure  from  September,  1904,  to  March  31.  1914 — Continued, 

District  "  C." 

Dr.  Cr. 

Legal  expenses  ?  29173 

Supplies   137,102  4fi 

Camp  outfit   30.718  93 

General  expenses   52,951  01 

Freight  and  express   16,231  52 

Medical  service   3,351  71 

Engineering   880,201  32 

Insurance   46354 

Transport   330,642  92 

Grading   2,594,269  52 

Clearing   172,885  30 

Grubbing   104,039  56 

Overhaul   132,643  OS 

Ties   253,883  80 

Track  laying  and  svirfacing   106,086  65 

Telegraph  lines   37,029  15 

Ballast  and  ballasting   138,905  11  i- 

Water  stations   36,397  55 

Rails   437,702  26 

Track  fastenings   57,269  37 

Frogs  and  switches   6,413  02 

Station  buildings  and  fixtures   79,988  24 

Miscellaneous  structures   22,717  84 

Shops,  roundhouses  and  turntables   57,004  09 

Shop  machinery  and  tools   1,061  58 

Fuel  stations   1,987  63 

Yards  and  terminals   1,090  39 

Bridges,  trestles  and  culverts   1,655,644  72 

Time  cheques     $  79  57 

Contract  reserve     223,214  16 

Furniture   1,250  63 


$7,350,224  63        $    223,293  73 
Less  Credits   223,293  73 


$7,126,930  90 


E.  L.  PARENT, 

Acting  Accountant. 


ANNUAL  REPORT 
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Statement  of.  Expenditure  from  September.  1&04.  to  March  31,  1914- — Continued. 


District  "D." 

LiCgal  expenses  

Supplies  

Camp  outfit.  .  

General  expenses  

Freight  and  express.  

Medical  service.  

EJngineering-  

Insurance  

Transport  

Grading  

Clearing  

Grubbing  

Overhaul  

Ties  

Track  laying  and  surfacing  

Crossings,  cattle-guards  and  signs  

Tunnels  

Telegraph  lines  

Interlocking  and  signals  

Ballast  and  ballasting  

Water  stations  

Rails  

Track  fastenings  

Frogs  and  switches  

Right  of  way  and  station  grounds  

Station  buildings  and  fixtures  

Miscellaneous  structures  

Shops,  roundhouses  and  turntables  

Shop  machinery  and  tools  

Fuel  stations  , 

Yards  and  terminals  

Bridges,  trestles  and  culverts  

Rent  

Operation  

Time  cheques  

Contract  reserve.  

Furniture  

Less  Credits  


Dr.  Cr. 

?  87  50 

181,880  21 
40,322  24 
181,292  Ifi 
24,319  34 
6,405  74 
1,102,446  25 
4,495  72 
294,163  01 
6,521,078  15 
320,712  09 
238,312  05  ■ 
310,452  73 
628,777  96 
177,963  85 
1,460  75 
4,985  13 
67,142  54 
2,969  97 
498,020  17 
86,551  11 
2,121,162  60 
329,035  75 
46,304  16 
4,783  38 
222,660  52  ' 

43,528  17 
205,499  63 
49,541  70  ■ 
54,411  43 
67,168  20 
3,234,840  46 

  %         324  77 

90,327  87 

  127  67 

  89,462  23 

3,021  02 

$  17,166,123  56    ?     89,914  67 
89,914  67 

%  17,076,208  89 


E.  L.  PAEENT, 

Acting  Accountanl. 
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TBANSOONTINENTAL  KAJLWAY  COMMISSIONERS 

5  GEORGE  v.,  A.  1915 


STATBiirsiFT       ExPEffDiTrRE  from  Sep-teifiter,  1904.  to  Marek  31,  1914 — GonMv/ued.. 


District  "  E." 

Supplies  

Camp  outfit  

General  expenses  

Freight  and  express  

Medical  sei'^nc*^  

Engineering  

Insurance  

Transport  

Grading  

Clearing  

Grubbing  

Overhaul  

Ties  

Track  laying  and  surfacing   . 

Tunnels  

Telegraph  lines  

Ballast  and  ballasting  

Water  stations  

Rails  

Track  fastenings  

Frogs  and  switches  

Right  of  way  and  station  grounds  

Station  buildings  and  fixtures  

Miscellaneous  structures  

Shops,  roundhouses  and  turntables  

Shop  machinery  and  tools  

Fuel  stations  

Yards  and  terminals  

Bridges,  trestles  and  culverts  

Rent  

Operation  

Time  cheques  

Contract  reserve  

Furniture  

Less  Credits  , 


Dr.  Cr. 
$        91,924  00 
14,092  12 
06,964  64 
14,908  99 
2,629  31 
627,544  99 
1,378  58 
213,935  89 
4,851,413  62 
217,413  IG 
153.699  OS 
113,559  63 
394,531  51 
124,144  90 
2,094  00 
20,874  84 
267,984  46 
87,541  61 
1,055,094  58 
146,777  66 
18,828  94 
345  11 
188,460  22 
34,927  41 
179,239  40 
20,680  54 
40,206  40 
2.181  49 
1,750,896  89 

  $  94  35 

0.G13  39 

  262  66 

  340,798  69 

748  62 

?  10,734.635  98    $    341,155  70 
341,155  70 

S  10,393,480  28 


E.  L.  PARENT, 

Acting  Accountant. 


ANNUAL  KEPbm 
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'TATEMEXT  OF  ExPE^^)ITURE  from  September,  1904.  to  March  31,  1914 — ConHnued. 

District  "  F." 

Dr.  Ce.  .   :j 

Legal  expenses  $  2,034  2S  =  ' 

Supplies                                                       .    .  .  323,250  57 

Camp  outfit  '..    ..  30,689  95 

General  expenses   304,38765 

Freight  and  express                            ..   ..   ..    ..  42,853  70 

Medical  service                                           ..    ..  2,827  02 

Engineering-..                      ..    ...    .  .■    ,-   1,599,046  92 

Insurance..    ..    ;.   14,839  85 

Transport                        ..    99,461  49 

Grading   20,794,439  49 

Clearing   358,784  96 

Grubbing   71,441  89 

Overhaul   526,184  68 

Ties   1.029,068  03 

Track  laying  and  surfacing   265,392  61 

Fencing  right  of  way   43,448  71 

Crossings,  cattle-guards  and  signs   3,847  9  1 

Tunnels   195,673  46 

Telegraph  lines   103,057  63 

Interlocking  and  signaLs   14,192  03 

Ballast  and   ballasting   672,630  95 

Water  stations   365,329  06 

Rails   2,485,102  72 

Track  fastenings   409,001  04 

Frogs  and  switches   88,507  67 

Right  of  way  and  station  grounds   916,754  3S 

Station  buildings  and  fixtures   336,467  55 

Miscellaneous  structures   120,198  32 

Shops,  roundhouses  and  turntables   3,295,860  lU 

Shop  machinery  and  tools   1,263,814  8.3 

Fuel  stations   68,421  03 

Yards  and  terminals   227,725  66 

Bridges,   trestles   and   culverts   3,475.093  56 

Operation   15,086  78 

Time  cheques     ?         570  20 

Contract  reserve     210,305  49 

Furniture   3,047  96 

Rent — "Winnipeg   terminals   192,500  00 

Interest — ^W'innipeg  terminals   126,605  SO 


?  39,887,070  39    $    210,965  69 
Less    Creiits   210,965  69 

S  39,676,104  70 


E.  L.  PAEENT, 

Acting  Accountant. 


54  TRANSCONTINENTAL  .  flAJLWAY  COMMISSION ER(i 

5  GEORGE  v.,  A.  1916 

Statbment  ok  Expenditure  from  September,  1904,  to  "Marr-li  31,  "i9i4—C'nnMrmed. 

Recapitulatiox. 

Dr.  Cr. 

Legal   expenses   $  5,523  SS 

Supplies   1,186,912  34 

Camp  outfit                                                     . .  176,731  95 

General  expenses   1,195,141  69 

Freight  and  express   161,274  43 

Medical  service..   18,451  87 

Engineering   7,245,168  93 

Special  item  paid,  in  1905,  by  Finance  Depart- 
ment,   for    surveys    made    by    the  Grand 

-.  Trunli  Pacific  Railway,  east  of  Winnipeg.  .  352,191  73 

Insurance   28,843  57 

Grading                                                          .    .  .  66,861,135  04 

Clearing     1,628,491  55 

Grubbing   789,331  76 

Overhaul   2,405,265  39 

Ties   3,908,880  15 

.  Track  laying  and  surfacing   1,351,254  56 

Fencing  right  of  way   386,922  55 

Crossings,  cattle-guards  and  sign^   69,460  60 

Tunnels   323,918  55 

Telegraph  lines   418,032  85 

Interlocking  and  signals   66,106  80 

Ballast   and   ballasting   2,964,208  24 

Water  stations   1,003,382  07 

Rails   11,010,342  25 

Track  fastenings   1,731,094  72 

Frogs  and  switches   278,147  55 

Right  of  way  and  station  grounds   2,613,958  27 

Station  buildings  and  fixtures   1,449,540  51 

Miscellaneous  structures   343,694  54 

Shops,  roundhouses  and  turntables   4,418,822  64 

Shop  machinery  and  tools   1,519,235  27 

Fuel  stations   227,918  53 

Yards  and  terminals   2,124,250  23 

Joint  terminals  in  Quebec   201,422  45 

Floating  equipment   456,234  04 

Docks  and  wharves   245,573  72 

Bridges,  trestles  and  culverts   21, 3131469  39 

Rent..    ..  ,  

Operation  

T. me  cheques     1,140  55 

Furniture  

Leonard  shops  

Rent — Winnipeg  terminals  

Interest — Winnipeg  terminals  


Less  Credits. . 


Headquarters. 
Transport.. 


Cost  of  Oprration.   District   "A,"   for  the  year 
11112-13  


149,02S 

04 

25,297 

71 

470,097 

6.-> 

192  500 

on 

126,605 

SO 

$141,443,863 

81 

4,424 

98 

$141,439,438 

83 

1,355,471 

32 

$1}0,083,967 

51 

1,816.947 

lit 

1.030,901 

41 

$142,931,816 

11 

36,182 

91 

$142,967,999 

02 

4,424  98 


E.  L.  PAEENT, 

Acting  Accountant. 
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SESSIONAL  PAPER  No.  37 


Ottawa,  July  3,  1914. 

To  the  Commissioners  of  the  Transcontinental  Railway: 

Gentlemen, — I  have  the  honour  to  submit  the  following  statement  of  purchases 

made  in  the  different  provinces  of  Canada,  and  also  in  Great  Britain  and  the  United 

States,  during  the  fiscal  year  ending  March  31,  1914. 

Nova  Scotia  ?  34,952  56 

New  Brunswick  "   7,679  45 

Quebec   179,313  60 

Ontario   137,336  23 

Manitoba   11,467  42 

United  States   31,212  71 

Great  Britain   57  21 

$   402,019  IS 


1  have  the  honour  to  be 

Your  obedient  servant, 


A.  L.  OGILVIE, 
Oeneral  Purchasing  Agent. 


